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— No. l.— - 

COPIES of the CONTRACTS entered into for the Building of the Workhouse, 
and for executing extra Works, and Fittings ; with Specification and Prices of 
such extra Works and Fittings. 



I. — Copy of Contract. 

Articles of Agreement made the 24th day of June in the year of our Lord 

1839, between the Poor Law Commissioners, of the one part, and George 

Patterson and John Catcheside, of Westland-row, in the County of the City 

of Dublin, Builders, of the other part. 

The said George Patterson and John Catcheside do hereby for themselves, 
their heirs, executors, and administrators, covenant, promise, and agree to and 
with the said Commissioners for the time being, that they the said George Pat- 
terson and John Catcheside, their executors or administrators, shall or will, for 
the considerations hereinafter mentioned, and in conformity, with the dates set 
forth in the specification hereinafter referred to, erect, build, and completely 
cover in and finish, upon the premises at Londonderry aforesaid, a workhouse and 
buildings, according to the specification, and subject to the clauses or conditions 
therein contained, and agreeable to the several plans, sections, and elevations as 
set forth or shown on the several drawings, lettered respectively (A), (B), (C), 
(D), (E), (F), (G), and which, with said specification, are severally verified by 
the signature of the said George Patterson and John Catcheside thereto as the 
drawings and specification referred to by this agreement ; and also do and per- 
form and execute, or cause and procure to be done, performed,, and executed, all 
and singular the works also mentioned in the said specification and drawings, 
the same to be done and completed within the time before referred to, and in a 
good workmanlike and -substantial manner,- with such materials and under such 
regulations as are contained in the aforesaid specification, to the satisfaction of 
George Wilkinson, the architect of the Poor Law Commissioners, or any other 
architect whom the said Commissioners for the time being shall for that purpose, 
by some writing under their seal, appoint, such satisfaction to be testified by a 
writing or certificate under the hand of the said George Wilkinson, or such other 
architect as aforesaid ; and also shall and will find and provide such good, proper, 
and sufficient materials of all kinds whatsoever as shall be proper and sufficient 
for erecting the said workhouse and buildings, such of the said materials as are 
mentioned in the said specification, or on the said drawings aforesaid, to be of 
the qualities and descriptions therein mentioned, and shall and will completely 
finish the said works. It is also agreed between the said Poor Law Commis- 
sioners and the said George Patterson and John Catcheside, that they, the said 
George Patterson and John Catcheside, shall and will restore, rebuild, and 
replace all injury, loss, or damage that may accrue or be occasioned to the 
building by fire or otherwise (except when occasioned by public riots or by 
lightning) ; and they, the said George Patterson and John Catcheside, shall and 
will insure the said buildings against all such loss or damage by fire, and shall 
and will effect such insurance in some public assurance office, for a sum equal in 
amount to at least four-fifths of the amount of the contract. And it is also agreed 
between the aforesaid parties, that the policy of insurance so effected shall be 
submitted to the said Poor Law Commissioners for their approval, before any pay- 
ment on account of the said contract for the erection of the said buildings shall 
be made to the said George Patterson and John Catcheside. 

It is also further agreed between the said parties hereto, that upon the pay- 
ment of the last instalment due to the said George Patterson and John Catcheside, 
they, the said George Patterson and John Catcheside, their executors, adminis- 
trators, or assigns, shall and will transfer and assign to the said Commissioners 
any policy or policies of insurance which may have been entered into in pur- 
suance of the foregoing agreement ; and they, the said Poor Law Commissioners, 
shall and will, on such transfer and assignment, repay to the said George Patter- 
son 
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son and John Catcheside all reasonable expenses which they may have incurred 
in insuring the said buildings, according to the said agreement. And it is fur- 
ther agreed by and between the said parties, that if the said George Patterson 
and John Catcheside, their executors or administrators, shall in any manner 
neglect or be guilty of any delay whatsoever in building and completely finishing 
the said workhouse, buildings, and works as aforesaid, or shall in any manner 
whatever deviate from or not comply with the aforesaid specification and 
drawings, or any or either of them, and the said George Wilkinson, or such 
other architect as aforesaid, shall certify the same by writing under his hand, 
and the said Commissioners for the time being shall cause notice in writing of 
such neglect or delay to be given or left at the place or places of abode of them 
the said George Patterson and John Catcheside, their executors or administra- 
tors, or on the premises, and the said George Patterson and John Catcheside, 
their executors or administrators, shall not, according to the direction of the 
said George Wilkinson, or such other architect as aforesaid, complete the said 
buildings and works, according to the said specification and drawings, within 
the space of six days after such notice given or left as aforesaid, then and in 
any such case, it shall be lawful for the said Commissioners for the time being, 
through their architect or otherwise, to purchase proper and sufficient materials, 
and also to employ a sufficient number of surveyors, agents, and workmen to 
finish and complete the said works ; and also that the said Commissioners for 
the time being shall and may deduct or retain to themselves the costs of such 
materials, and all such sum and sums of money as they shall pay to such sur- 
veyors, agent, and workmen for the completion of such works, and all expenses 
which the said Commissioners for the time being shall incur or be liable to in 
consequence of such default on the part of the said George Patterson and John 
Catcheside, their executors or administrators, out of the money which shall be 
due to the said George Patterson and John Catcheside, their executors or admi- 
nistrators, under this agreement so far as such money shall be sufficient, and 
that if the same shall not be sufficient, then that the said George Patterson and 
John Catcheside, their executors or administrators, will, on demand, pay to the 
said Commissioners for the time being the amount of such deficiency. And 
also that the said George Patterson and John Catcheside, their executors or 
administrators, shall not nor will in any manner do, or cause or procure to be 
done, any act, matter, or thing whatsoever, to prevent, hinder, or molest the said 
Commissioners for the time being, or any person or persons employed by them, 
from completing and finishing the said workhouse, buildings, and works, in 
manner aforesaid, or in using the materials which shall be on the premises, and 
provided by either of the said parties for the doing thereof. And the said Com- 
missioners do hereby, for themselves and their successors, covenant, promise, 
and agree to and with the said George Patterson and John Catcheside, their 
executors and administrators, that' they the said George Patterson and John 
Catcheside, their executors and administrators, well and truly performing all 
the covenants and agreements on their part herein contained, they the said 
Commissioners, or their successors, shall and will well and truly pay, or cause to 
be paid unto the said George Patterson, and John Catcheside, their executors, 
administrators, or assigns, the sum of 6,780 l. of lawful money of Great Britain, 
at the several times,’ and in the manner and according to the several conditions 
in the said specification in that behalf contained. And it is hereby declare 
and agreed by and between the said parties hereto, that in case the said Com- 
missioners for the time being' should direct any more work to be done m or a ou 
the said workhouse", buildings, or works, than is contained or described in toe 
aforesaid drawings and specification, then and in such, case the said Commis- 
sioners for the time being shall pay, or cause to be paid unto the said ueorge 
Patterson and John Catcheside, their executore or administrators, so much money 
as such extra work and the materials used therein shall cost or amount unto, any- 
thing hereinbefore contained to the contrary notwithstanding ; and that 11 it 
should be thought proper by the said Commissioners for the fame being to 
diminish or omit any part of the work mentioned or contained in e sai 
drawings and specification, then and in such -case the said George Patterson 
and John Catcheside, their executors or administrators, shah deduct and allow 
out of the said sum of 6,780 l. so much money as the work so to be diminished 
or omitted shall amount unto, upon a reasonable valuation, anything herein- 
before contained to the contrary notwithstanding; and all aho^ce^or 
1 80. A 3 
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deductions for such extra or omitted works respectively shall be ascertained and 
settled by the architect for the time being of the said Commissioners, agreeably 
to the conditions in the said specification contained relating to the valuation of 
such extra or omitted work. 

In witness whereof the said Commissioners have hereunto set their hands 
and seal. 




J. G. S. Lefevre. 
G. C. Lewis. 



And the said George Patterson and John Catcheside, have hereunto set 
their hands and seals. 



Witness, Henry Foster Pilkington. 



George Patterson, (l.s.) 
John Catcheside, (l. s.) 



II. — Specification of Works required to be performed in the Erection of the. 
Workhouse. 1839. 



Section No. 1. 

Mason, Bricklayer, &c. 

Take off and make op, where required, the whole surface of the building site, 
by cutting away all high or uneven ground above a given level, and wheeling 
or filling up all hollow places, or wheeling where directed all superfluous earth'; 
where hollow or lower ground occurs, the foundations of the walls to be first 
constructed before any loose earth is thrown in for filling it up to make an even 
surface; the level of the yards and surrounding ground to be 6 inches below 
the floors of the rooms ; and the ground outside the walls, to a distance of at 
least 10 feet round the building, to be made up to the same level as the yards; 
the yards to have a surface made to allow free drainage to the iron gratings to 
be put m each yard where shown on the plan, which are to be placed at a level 
of 18 inches below the floors of the building. 

. The digging for the foundations, drains, cesspools, or other works, to be suffi- 
ciently wide and deep to allow the same to be carefully executed, and no work 
to be covered m until directed by the clerk of the works, when it is to be 
carefully rammed. 

Particular care is to be given in keeping the trenches dry, and also the surface 
of the building ground; the contractor to find all pumps, ladles, labour, &c. 

rS^fc bSg^tlX 311 SOTfeCe drdnS t0 keeP the gTOlmd SUI ‘ 

Strnn„ smk i awe i lwher i esl1 ?™ on plm ’ 3nd a suffic ient depth to insure a 
strong and good supply of water; the well, unless wliere carried through a 

ft Te!J°« k d S t ffi K e v tl /!°T d ’ lmed with a dr y ston ® wall, 18 inches thick 

at least, md to be 3 feet clear diameter between the walls ; the well to be made 

ei f - at le j S * 6 feet Wlde 38 35 5 feet above the bottom, 

narrowing up to 3 feet, m order to make a large reservoir for holding water. 

d ? er r, rt W e exec “ ted with the materials hereafter 
described, and which are to be the best of their several kinds. The boundary 
or division walls of yards to be made 7 feet high, except described on the plai 
o be earned any other height many part; they are to be 20 inches thick at 
begins^ ? ^ S ’ dlmlmshm £ t0 18 “ che8 at top, where the coping 

The foundations to be carefully constructed with close-bedded stones set with 
strong mortar, of the dimensions shown in the drawings, and of the several 

depths 
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depths required for obtaining good sound bearing for the walls, which are all 
to be examined and approved of before the walling is commenced. The contractor 
will be responsible for all defects that may arise from not obtaining good sound 
foundations, which are to be brought to an even and a level surface over the 
whole of the high buildings before any of the walling is commenced, and the 
walling of no other part to be begun until the foundations of such buildings are 
completely finished to one uniform level. Should it be found necessary to carry 
the foundations to a greater depth than provided in the drawings, or should they 
not be required to go so deep as specified, the same to be allowed for according 
to the regulation contained in the general clauses at the end of the specification. 

The foundations for the walls of the high buildings to be carried 3 feet below 
the level of floors. 

The foundations to the walls of the chapel, kitchen offices, and other one- • 
height buildings, to be calculated 2 feet below the level of floors. 

The boundary walls to be taken 1 foot 6 inches deep below the level of the 
yards when finished. 

Partitions to have 14-inch walling under them, and carried to the same depth 
as described for the buildings. 

The walling throughout to be of the thicknesses and heights shown or figured 
on the drawings ; it is intended that the walls of the house, unless otherwise 
figured or described, should not be less than 18 inches thick, and the walling 
of every floor to be 2 inches thicker than the walling it supports, the thickness 
of the walls being increased 2 inches for each floor or story carried immediately 
above them. 

The walls, both internally and externally, to be constructed of rubble-work, 
unless where otherwise described on the drawings, the stones carefully laid, to 
make both the inside and outside equally smooth, it being intended that both 
sides shall be smoothly and neatly pointed ; the rooms internally (except those 
otherwise described in the section of Plasterers’ Work) to be whitewashed only 
and not plastered. 

The walls to be constructed from scaffolding erected on both sides, and none 
to be built over hand; great care is to be taken that the mortar does not run over 
the outside of the walls, which the contractor will be required to keep quite 
clean ; the joints of the stonework to be filled up very close with well-compounded 
mortar ; the interior of the walls not to be filled up with small pieces of stone, 
but with well laid and closely bedded materials, and particular care to be given in 
using a sufficient number of headers or bond stones, hot lime grout to be used in 
such part of the walls, and when and where directed by the clerk of the works ; no 
part of the walls of any building to be carried more than one scaffold high above 
the other. 

Gables, where shown to be constructed with stone, are to have solid knee 
stones, 6 inches thick, and coping placed on 9-inch walling to be 13 inches wide 
and 6 inches thick, throated on both edges, which are to project two inches 
from the face of wall on both sides ; the coping to have the front edge 2| inches 
thick, and to have No. 2 6-inch splays or champers on top on both sides; the 
9-inch walling to be carried up to receive the coping, which is to have its under 
bed kept 6 inches from the slates. 

The windows shown to have small stone gables over them are to be con- 
structed as before, with the underside of coping kept 4 inches from the slates ; 
the coping to be only 11 inches wide, weathered and constructed as last, with 
two 4 J-inch splays, to be 5 inches thick, and placed on 8-inch walling. 

The dwarf walls, coping, and other stonework between the boys’ and girls’ 
vards to be worked as shown ; the coping is to be rough-punched and closely 
jointed, and doweled and sunk as required for receiving ironwork and railing; 
the stay bars are to be sunk into a stone not less than 4 inches thick, and con- 
taining not less than 3 feet superficial, tailed into wall, as shown in section, 
and bedded on 18-inch piers to receive the same. A solid heel stone about 18 
inches superficial, and at least 6 inches thick, to receive iron socket for heel of 
gate. 

Where shown on plan, against the yard walls, the walling is to be carried up 
of the increased thickness necessary to form a stone bench about 18 inches high 
and 14 inches wide; the top is to be covered with stone flagging not less than 
2 i inches thick, tailed at least 6 inches into the wall, in order to firmly secure 
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the same ; the flagging being intended to form the seat is to be prepared with a 
fall of half an inch, to throw off any water after rains. . 

The chimney shafts above the roofs, except where described as brick, to be 
carried up in common closely-bedded stone, rough-hammered on face about ;« 
inches thick at the narrowest parts ; all bases, capping, kc. to be formed as the 
drawings, with rough-punched work, neatly bedded and worked true and to be 
carried to the heights shown or described; construct flues from the walls of 
the rooms, where shown or described on plan, to receive the flues of coppers or 
stoves; all chimney shafts to be carried at least the height of the ridges of roofs, 
and unless otherwise shown on the drawings, to be capped on top with square 
stone, weathered and throated coping, with 2 inches projection, _ at least 4 
inches thick, and to he cramped at joints. No. 2 flues are to be earned up from 
the wash-house, and No. 2 from the kitchen, to be commenced 18 inches above 

th The°openings of all fire-places, where not otherwise described, are, instead of 
chimney-pieces, to have 9 -inch brick arches carried round the same projecting 
one inch from the face of wall or chimney breast, the mantle being formed with 
9 -inch brick arch, having a 2-inch rise, and turned on iron chimney bars, as 
described in the section for Smith’s Work. 

The contractor to provide a chimney-piece according to a pattern to be ap- 
proved, of the value of 4/. for the board-room, and 2/. for the clerk’s office, 
master’s two rooms on the ground floor, and surgery ; all other fire-places to be 
as described, and of the widths shown, and 3 feet 6 inches high. 

All flues to be carefully constructed where shown or described on the plan, 
and, except when otherwise directed, to be of the clear size of 14 inches by 
9 , to be all pargetted with proper mortar and left quite smooth ; a sweep to be 
sent down them all when finished, to dislodge any mortar, &c. that may have 
fallen down, and the whole to be left in a clear and perfect state ; great care to be 
taken that no timber is allowed to come within 9 inches of any flue where the 
work is constructed with stone, and where flues are described, to be lined with 
brickwork, there is to be at least a width of 4£ inches of solid brickwork be- 
tween the flue and the wood, which is always to be closely bedded in mortar, 
and no air holes or space left near it. ^ 

The piers to large outer gates of men and women’s yards are to be built 'with 
the common wall stones, with plinth and reveal, as shown ; the largest stones are 
to be selected for the purpose ; the angles are to be rough-hammered and closely 
jointed ; the coping to be made with a solid stone, of the outline shown on the 
drawings ; two large stones to be provided for each pier to receive the iron- 
work for the hinges of gates, which are to be sunk in the work, and leaded in 
the stone ; a rough spur stone to be provided for each pier, not less than 3 feet 
long, and sunk in the ground, with 18 inches of ditto above the ground, in 
order to prevent wheels from coming against the piers ; a sunk stop stone, 
about 9 inches square, sunk at least 1 toot 6 inches in the ground, and to 
stand about 4 inches above ditto, for closing the gates and receiving iron bolt. 

All frames to windows and doors to be very closely bedded, the stonework to. 
he closely worked up to them ; except where shown or described on the drawings, 
the frames are intended to be set with 2-inch reveals in the walling ; they are to 
he closely bedded and well flushed at the time with good mortar, in order to make 
the whole water and weather tight. All window and door frames are to be set 
6 inches from the face of the wall, where the arches are turned with rough-ham- 
mered stone; and where brick arches are described to be used, they are to be 4J 
inches from the face of the wall. 

Great care is to be given in making all angles of walls and openings perpen- 
dicular ; the contractor to find a sufficient number of plumb-rules, squares, and 
levels, for the use of the workmen, and to be used by the clerk of the works 
when required ; all lintels, templates, bond plates, to be carefully bedded and 
•laid level. 

All freestone used to be laid in its natural bed, to be free from defects, and 
well seasoned ; all stonework to dressings, &c. to be well and securely cramped, 
closely jointed, and plugged, and run with lead ; all dressings to string courses, 
and other projections to have a bed in the wall at least equal to their outward 
projection. 

. The stonework throughout to the dressings, steps, &c. and other squared, or 
moulded work, to be executed agreeable to the drawings, and according to moulds 

: to 
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to be made and approved ; the stone steps to stairs to be rough-punched or 
pecked on the under side, and close-punched or pecked on the upper face of 
treads, risers, _ and ends ; no work is intended to be rubbed except so described. 
The stone staircases shown on the drawings to have stone landings, of the thick- 
ness of at least 6 inches ; the joints are to be joggled at least 1 inch, and run 
with lead ; the stones to tail at least 6 inches into the walls. A strong stone to 
be not less than 6 inches thick, and containing at least 2 feet superficial, to be 
placed to receive the newel of stairs at the end of the first step, and the first step 
to have rubble wall constructed under ditto, to receive the same. 

Where steps are shown on ground plan to the outer doors, they are to be of 
the size given, and 7 i inches clear rise, and supported on solid rubble-work ; the 
steps to be rough-punched on the exposed surface, and drafted on edges, and to 
have rebated joints, as described for stairs. 

All bricks to be strong, hard burnt, and of the best quality ; all defective and 
bad made bricks that may be rejected by the clerk of the works to be immedi- 
ately removed from off the premises. The mortar to be flushed close and quite 
solid in the joints, which are not to exceed half an inch in thickness ; the work 
to be grouted with hot lime when directed, and the whole of the outside to be 
kepi quite clean. 

The mortar used to be of such quality and compounded in such proportions as 
hereinafter named ; of good fresh lime carefully burnt, free from stones, and rid- 
dled or screened if required, mixed with good clean sharp sand for the brick- 
work, and good clean coarse sand or fine sharp sifted gravel for the stonework 
of walls; all joints of freestone or other dressed stonework to be set with strong 
fine mortar or putty mixed with fine stone dust. 

Construct in each' yard, where shown on plan, a 3-feet square flat stone, at 
least 4 inches thick, and cut in ditto a large hole, and let in a 12-inch cast-iron 
grating; under each stone construct a small cesspool, 2 feet square and 4 feet 
deep, lined with 14-inch walling, and construct a drain leading from the same ; 
also prepare and fix in the wasli-house and kitchen offices, where shown on plan, 
a 4-inch sink-stone, containing at least 4 feet superficial, prepared for a 12-inch 
cast-iron sink-trap, to be fixed and leaded in the stone, and construct a cesspool 
under each, as last described. 

Half-brick trimmers to be turned on the floors, above the ground, for all 
chimney slabs, which are to be provided of the materials hereafter described, 
and 18 inches longer than the openings, and 18 inches wide; all chimney jambs 
of the upper floors that are not carried on work from below, are to rest on 
strong stone corbels projecting from the wall the size of the jamb, with a bed 
equal to their projection, and not less than 9 inches thick, dressed on the 
exposed surface. Hearth-stones, as the last described, are to be provided to all 
fire-places on the ground floor, which are to rest on stone walls, built up to 
receive them. 

The privies to. the boys’ and girls’ yards to be constructed according to section, 
and of the length of seat, and a 2-feet drain to be made from ditto to a large 
outer cesspool, of the size and form shown on plan, lined with walling 18 inches 
thick, arched or domed over at top with 14-inch stone or 9-inch brick arch ; a 
man-hole 3 feet diameter to be left at top, and covered with a large flat stone, for 
the purpose of clearing out the same when required. 

Where the privies are shown to have vaults, underneath them, the foundation 
walling is to be carried to the depth shown or figured on the drawings, and of 
the form and size there shown ; the walling', where described, is to be at least 
18 inches thick, the-, whole .to be arched over with not less, than a 14-inch stone 
mortar wall, or a 9-inch brick wall ; and on the outside of yards a man-hole to be. 
left, 3 feet diameter, . covered with .a flat stone, for clearing out the same; all 
drains to be executed as shown in drawings, and to have a fall of not less than 
3 inches in 10 feet. _ \ 

To leave openings for and insert, where directed by the clerk oi the works, 
cast-iron gratings for ventilators to rooms, timbers, &c. ; the size of the openings 
to be 9 inches by 4. 

All large 1 beams, or girders, carrying the joists that have their ends.inserted in 
the walls, to have a clear narrow space left all round to allow the air to circulate. 

The mason to cut chases to insert all lead flashings that may be required in 
gables, chimney shafts, &c. m 

i8o. ■ B The 
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The coping of yard walls, except otherwise described on drawings, to be worked 
with common wall stones, forming a saddle-back or ridge, at an angle of 45 
degrees ; the stones to be closely set in their beds and laid with good mortar, with 
a portion of coal ashes or forge dust. 

The small refractory ward in front building' to he covered with rough flat 
stones and mortar, to make a strong and secure ceiling, the stones to be carried 
on iron bars thrown across ; where the stones are not . sufficiently lai ge, the top 
of stonework to be. covered with rubble, and grouted with liquid mortar. 

No centering to doors, windows, or other openings, to he struck or removed 
until so directed by the clerk of the works. The whole of the centering and 
tr imm ing pieces required are to be provided of the exact width and forms as 
shown or described for the several openings, &c. 

The doorways in division walls of yards are to have a stone lintel not less 
than 3 inches thick, and the width of the wall, and 18 inches longer than the 
opening, or a 14-inch stone, or a 9-inch brick arch, with a slight rise, but to fit 
close on top of door-frame, which is to be carried up with the walling. 

Solid stone blocks to be inserted in walls for all inner doorways, to project 

5 inches level with the floor, and mortised to receive door stiles. All outer- 
doorways to have stone sills, 12 inches wide, 6 thick, and 8 longer, than open- 
ings mortised for door-posts. 

Window sills to be used to all openings, unless where the windows, are 
described on the drawings to be otherwise finished, to be 4 inches thick, with 2 
inches projection from the face of the wall, and throated on the under side, and 
4 inches longer than the openings; the sill to be carried at least 2 inches 
under the sill of the window-frame (where the reveals are described to be 6 
inches thick, the sill is to be at least 10 inches wide, and where the reveal is 4J 
inches thick, it is to be at least 8 h inches wide.) 

An office to be built solely for the use of the clerk of the works, and con- 
structed with 9 -incli brickwork, or with studding and plastering and rough-cast 
on the outside; the office to be floored with one deal floor on joists, or with, brick 
tiles ; the size of the office to be 10 feet by 8 feet in the clear, and 7 feet 6 inches 
to the underside of plate, to contain a fire-place, a grate, and desk, not less than 

6 feet long and 4 feet wide, with large tray in ditto for drawings ; also a small 
drawer, containing 1 foot 6 inches superficial, with good lock and key ; the outer 
door to have a good strong lock and small key, the door to be 1J inch thick; 
a window to be put in office, containing not less than 1 0 feet superficial, with 
shutters and fastening. 

The office to be removed by the contractor at the completion of the works, but 
to be kept in good repair during the execution of the building. 

Discharging arches, in either one brick or stone, to be turned, over all lintels 
or openings where directed, and inverted arches under all 'openings where the 
nature of the ground in the foundations require them to be made ; where dis- 
charging arches are directed to be used over wood lintels, they are to be turned 
from the extreme end of the woodwork. 

All the doorways opening into large stone staircases, and into stairs of infir- 
mary, are to have semicircular arches turned over the door-frames, and the spaces 
left open ; all other openings marked (A), on plan, are to be arched in the same 
manner. Those openings only that are marked (O), are to have no doors but 
arched, as before described. 

The several drains to be constructed as hereafter to be laid down ; the con- 
tract to include 100 feet of 6-inch drain in brickwork, 4i inches thick, laid. and 
rendered in Roman cement, for conveying rain water. Also 400 feet of 9 -inch 
square common stone drain with mortar walling, or 4 \ -inch thick brick dram 
with moTtar joints. 

The mortar to be mixed in approved proportions, and not less than one part 
lime to two and a half sand. 
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Section No. 2. 



Carpenter, Joiner, &c. 

The timber used in the roofs, bond, plates, lintels, joists, and other scantlings, 
to be either from the Baltic, of Mem el, Riga, or Dantzic, or of Quebec red pine ; 
the floors and other works to be of the several descriptions hereinafter described, 
and all the materials to be of the best quality of their several kinds, well-sea- 
soned and free from defects and large or dead knots ; the whole to be executed 
according to the several drawings, and of the scantlings marked or described 
thereon. No woodwork to be carried up in the walls unless examined and 
approved of by the clerk of the works ; the timber to be cut square and straight, 
and all bond lintels, &c., laid quite level ; bond timbers to be halved at least 
6 inches at the joints, and well spiked, and where it passes through flues an iron 
bond or tie to be made to connect it. The whole of the several scantlings 
throughout to be finished of the full dimensions shown or described on the draw- 
ings, and all flooring and other work to be left of the thicknesses hereafter stated. 

All the oak described to be used to be either Riga, or of Irish or English 
growth. 

Roofing, unless otherwise figured, to have wall plates, 5 by 3 inches ; hips, 9 
by 1 £ inches ; ridges, 6 by 1 1 inches ; vallies, 14 by 1 £ inches. Ditto to 
dormers, 7 by 1 i inches ; dragon pieces, 4 by 4 inches ; common rafters, 4 by 
2 inches. 

No timber to be placed nearer any flue than is directed in the masons’ work. 

Roofs, where shown to have the gables project, to receive gable-boards, are to 
have purlines carried out to receive the boarding, which is to be of oak, 1 1 inch 
thick, and left rough from the saw, and cut according to pattern ; the board to 
be under the slates, which are to project two inches beyond it ; the battens to 
be carried out and nailed on the top edge of board, instead of a rafter ; the pur- 
lines and plates are to project 14 inches, on which the boarding is to be securely 
spiked, and false plates carried where shown on drawings, or required, which are 
to be the size of the plate of roofs, and to be tailed at least 18 inches on the walls. 

The gable-boards to the small windows, where shown to be so constructed, are 
to be worked as last described, the purlines and plates carried out 11 inches to 
receive the oak boards, which are to be as pattern, 1 £ inch thick. 

The dormer windows are to have boards of the same kind, cut according to a 
plain pattern, and to have the same projection as for the last small windows. 

All lintels to have a bearing of at least 9 inches at each end on the walls, and 
to be at least 4 inches thick, and placed over the several openings to doors and 
windows, as shown on the drawing made for such purpose ; a small champher to 
be made on the edge, J of an inch wide. All joists to floors to be placed 12 
inches apart, and rafters 15 inches from centre to centre. All joists coming 
immediately under the partitions described as framed and trussed, are to have 
the joist 3 inches thick, to form a sill to receive the quarters, and those under 
the ledged and boarded partitions are to have the joist 2£ inches thick. 

The board-rooom and clerk’s office, and the two rooms to master’s house, to 
have 1 1 -inch square framed 6-panel doors, hung with 3 -inch butt hinges, with 
a plain ogee or ovolo moulding 2| inches wide on both sides frame, which is to 
be beaded; the front door to master’s house and entrance front to be inches 
thick, framed, of the size and shape shown on drawings ; the frame to be 5 by 4 
inches, wrought in the solid, rebated and beaded. 

All doors, not otherwise described, are to be 1 \ inch thick to the groundfloors, 
ledged, rebated, and beaded, with No. 4 ledges, 5 \ inches wide and 1 i inch 
thick, with frames mortised into stone blocks or sills ; they are to be Tebated and 
champhered on the edge, and of the size of 4 \ inches by 3 ; door-heads of the 
same scantling, with horns or joggles, 6 inches long, built in the wall. All doors 
to the rooms above the groundfloor, are to be 1 inch thick, and otherwise as the 
last described. , , , 

The doors to the refractory ward and cells to be 1| inch thick red deal, 
made with two thicknesses of | th-inch ditto, cross laid, and well nailed and 
clenched ; to have proper rebated and beaded door-frames, 4 mches by o inches, 
mortised into sills or stones. 

189. B 2 Vhere 
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Where doorways occur in partitions, the studs are to be made 1 h inch wider 
Tound the doors, to serve for frames, and groved for plastering ; but where they 
occur in partitions not described to be plastered, they are to be of the usual 
scantlings. 

All doors, except otherwise described or shown on the drawings, are to be 
6 feet 10 inches high, and 2 feet 10 inches wide, clear of frame. 

The doors and gates placed in the outer yards to be executed of the sizes and 
forms shown on the drawings, to be framed with 2£ inches red deal, and 
l^-inch ledges and braces, and filled in with 1 -inch red deal battens, in widths 
not exceeding 6 inches, ploughed, tongued, and beaded ; the doors to be hung 
to irons inserted in the walls ; the gates to be in two widths, and capped with 
solid weather capping, and to have on top a row of wrought-iron spikes 2 inches 
high, let into iron plate ; strong bolts and other fastenings to be fixed on the 
gates, as hereafter described. 

The floors to be 1 inch thick, and cut out of white American deal of approved 
quality ; the floor boards to be cut of even thickness, and to be left rough on the 
underside to receive whitewash ; they are to be tongued with strong hoop-iron 
1 inch wide ; the ends to be fitted closely against the walls, which are not to be 
skirted except to those described in the section of plastering work, as in the 
board-room, which is to have 9 inches wide red deal torus skirting, 1 inch thick; 
the clerk’s office 7-inch torus skirting 1 inch thick, and 7-inch torus skirting 
also to the two rooms of master’s house on the ground floor, and the two bed- 
rooms over them on the one pair, the skirting to be plugged to walls. 

The several windows to be constructed with solid red deal or Memel frames, 
according to the drawings, and of the several sizes and forms shown or 
described. 

The several windows above the height of 3 feet 6 inches are intended to have 
transoms ; those shown with 3-inch divisions or mullions to the ground floor 
rooms are intended to be 6 feet high and 5 feet wide ; and those 3-light windows 
immediately above them in the bed-rooms are to be 5 feet high and 5 feet wide. 
The windows of ground floor in front of the main building, and the entrance 
front, to be 6 feet high and 4 feet wide ; all others, except otherwise figured or 
described, are to be 5 feet high and 3 feet 10 inches wide. Dormer windows 
to be 3 feet 10 inches high, and 3 feet 6 inches wide; the windows marked (A) 
on plans are to be 3 feet 6 inches high, and 2 feet 10 inches wide; those marked 
(B) to the wash-house and kitchen offices, are to be four feet wide and 3 feet 
6 inches high. 

The dimensions given for the windows are taken outside the frames, in which 
manner they are intended to be shown in the drawings, without regard to any 
reveals that are described to be formed in the mason work. 

The scantlings throughout to be 4 l by 3 inches for the frames, mullions, 
transoms, &c. ; all the windows with transom heads to have the upper sash all 
in one, and framed, and hung on pivots a little above the centre, to allow them 
to self-act when required to close; they are to be opened by means of a line fixed 
to a small iron plate at top of the light, and secured to hooks fixed in the wall ; 
all deal sashes to be 2 inches thick, with champhered bars; where cast-iron 
fights are provided, the same are to be fixed securely with white lead into the 
rebate of frame. Every window of the rooms above the ground floor to have 
one of the lights hung with hinges, to open for the purpose of cleaning the 
outside of the fights, and secured with closing fastening prepared for small 
padlock. 

The contract to include all temporary fastenings to doors, windows, and other 
work required, but only to provide for .fixing the permanent locks and other 
fastenings to windows, doors, &c., which with their several screws, &c. will be 
supplied to the contractor when he is prepared to receive charge of them ; and 
all that may . be damaged or broken in fixing or from other causes, must be 
replaced by him of the same quality and description as those supplied. 

The window opening into dining-hall, marked (D) on plan, to be of the width 
figured thereon, and 6 feet high, to be filled with 1 1 -inch square-framed rising 
shutters, in two divisions, double hung with lines, weights, and 2-inch iron 
pullies, the window board to be 2 inches wider than the wall or partition, and 
1 1 inch thick, the shutters to fit close upon it ; a fastening to be fixed in the 
centre, and two 6-inch bolts to fix either divisions up or down. 

All 
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. All the windows constructed with iron lights' are to have them closely fitted 
screwed^ ^ WO ° dWOrk ’ and bedded in wllite lead . “ d securely naded or 

The ventilators over stairs and kitchen offices to be constructed according to 
the drawings and description given, to have windows of the' size shown and 
■described, and constructed as those described for the other parts of buildine- 
Angle staves Jths of an inch in diameter to all the angles of plastered rooms 
except to the windows of infirmary building, which are to fiave the amHes 
plastered and rounded. 

The roofs described on plan to have lead ridges, are to have the hm-rafters 
■carried up 2 inches, and rounded on the top ; all gutters to roofs to have 1 inch 
rough red deal boarding and strong bearers, and all vallies to have j-inch red 
deal boarding, the boarding in all cases to be of the width required bv the lead 
J-inch red deal boarding, 6 inches wide, in front of dormers, to receive lead 
apron. 

Those 1 -oofs drawn to a steep pitch are to be constructed to an anele of 
40 degrees ; all others to he made to an angle' of 35 degrees ; all the roofs shown 
on sections, or elsewhere, to have projecting rafters, are to have them nroiVet 
•6 inches from the face of the wall. r J ^ 

The privy marked (M) on plan, to have 1 J-inch red deal seats and risers on 
strong bearers, with deal skirting 5 inches wide round top of seat l j clamDed 
lid, with 3-inch butt hinges. The other privies to he constructed with an oak 
bearer 4 by 3 inches, the length of privy, to be placed 18 inches high and 
'hoarded and ledged, or studded, as shown in section. 

The partitions described on the plan to be wood partitions, are to be made with 
1 -inch rough boarding, the joints wrought and rebated, or ploughed and toneued 
as described for floors, to be nailed to ledges, or studs, as shown on drawings’ 
winch are to be champhered |th inch on their edges, and of the size of 4 hv 2 } 
inches, and secured to framing of floors or roof. The ledges or studs are not to 
exceed 3 feet apart ; those partitions described on the sections to be trussed are 
intended to carry the floors above them, and to have upright studs 4 by 3 inches 
with heads of the same size, and a sill formed with the joist of floor immedi- 
ately under it. 



The plaster partitions to be made with quarters,. 4 by 2 J inches, placed 
12 inches apart, to be strongly nailed and braced, and to hare heads and sills 
4 by 3 inches. 

The bond under the several floors to be made to run all round the walls of the 
building, and to be halved down, so as to make the upper surface level with the 
tops of girders, of floors, when the girders occur, so that the joists of floors can 
at those ends which go into the wall be notched on the same level as those on 
the girders ; the section of the building will explain the proposed manner • and 
"where any cross walls occur, and the joists carried through or otherwise, the bond 
to he placed in the centre of the wall as a chain bond ; no bond where running 
through openings is to be cut until the work is carried up, unless by the direc- 
tion of the clerk of the works. (Size of bond to be 4 J by 3 inches.) 

The windows of the board-room and master’s room and other plastered rooms, 
to have the jambs splayed inside, and staff 1 beads gth inch in diameter to ditto, 
with rounded window boards on strong bearers. 

All door-frames to be secured to wood bricks 9 by 4 1 by 3 inches, two to be 
placed at equal heights in the height of doorway on each side ; a sufficient quan- 
tity to be at all times supplied to the mason, to whom every assistance is to be 
given in bedding the bond plates, lintels, templates, &c. 

• All girders or bearers to have a template inserted in the wall for them to rest 
upon, to be at least 2 feet long, 6 by 3 inches, and to which they are to be strongly 
spiked. All girders, tie-beams, &c. to have at least a 9-inch bearing on the 
walls. 



All stairs shown or described on the drawings to be wood, are to have 1 £-inch 
deal treads and deah risers, with strong carriages and proper linings ; the steps 
t.o be 9 J inches on tread, with founded nosings, and except where otherwise 
figured, to have risers 7 £ inches deep. 

2 J-inch oak rounded hand-rail, and 3 -inch square and turned newels, and 
1 4-inch square bar balusters, 5 inches apart, securely fixed into hand-rail, and 
14 -inch cut string, into which the steps are to be housed. 

• 189 . B 3 The 
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The contractor will be supplied with the several articles of ironmongery con- 
tained in the list at the end of the specification but to include the fixing the 
same and all other ironmongery described under the section of the smiths 
work, which is connected with the carpenter and joiners work; all such iron- 
mongery that is not described in the list before referred to, or contained m the 
section^of smith’s work, is to be provided and fixed by the carpenter and 
joiner. 



Section No. 3. 
Slater and Plasterer. 



Slater. 



The roofs to be covered with the slates, nails, and battens, and with the lap, 
for slates, &c. hereafter described ; the slates are to be of the best kind, and any 
which may be considered by the architect, or the clerk of the works, to be too 
thin, or in any ways defective, are to be rejected ; the whole are to be sound, 
and to be nailed in the middle with two nails to each slate, and all of a sufficient 
length to tail on the upper battens or laths, to prevent them from being, tilted 
by the wind. The battens are to be cut out of ith-inch deal, and 2i inches 

Care is to be taken that the roofs which abut against the walls of the building 
are prepared with a tilting fillet, at least 1 \ inch high, so as to throw off the 
water. 

The hips are to be cut quite close, and never less than half a full-sized slate to 
be applied, in order to avoid all small pieces, which are liable to get out of 
order ; the hips and ridges to be covered as hereafter described. The cheeks 
and gables of dormers to be covered with slates, cut of the size of .about 12 
inches long by 6 wide ; the lower part cut to a pattern, either circular or 



einuuu. 

The eaves of slates to project not less than 4 \ inches over the walls, and not 
less than 3 inches beyond the feet of rafters in projecting roofs. Roman cement 
filletting to be used at all angles, chimney shafts, &c., when it is not described 
on the drawings to be done with lead. 

The slater is to keep the roof in proper order, and repair all damage that may 
occur, until the building is delivered up, when the whole is to be in perfect 
order and weather-tight throughout. 

The under side of slates to the dining-hall to be rendered straight and smooth 
between the battens with proper mortar ; and, except the roof of wash-house, 
kitchen, scullery, and sheds, the under side of all slates, where not ceiled, are to 
be full pointed, as the dining-hall; all others to be rough rendered on the 
under side. 

The roofs to be covered with sized Bangor ton slates, not less than 30 inches 
long, the roofs with a pitch of 49 degrees ; the slates to lap 3 inches below the 
nail hole ; the other roofs at a pitch of 35 degrees, to have a 3 i-inch lap ; the 
slates to be nailed with the best strong zinc nails. The hips and ridges (except 
where shown on the drawings to be covered with lead) are to have Cheshire or 
Staffordshire tiles. 



Plasterer. 

The walls of the infirmary, including the- surgery and nurses’ room, to be 
plastered, one coat finished smooth on face for whitewash ; the master’s two 
rooms on ground floor, and passage between them, and two bed-rooms over ditto, 
and the board-room and clerk’s office, to be plastered two coats, floated and 
finished smooth, and twice coloured ; all other internal walls throughout are to 
be stopped and twice lime-whitened, also twice size-white all exposed woodwork 
to under side of floors, boarded partitions, and other work, not described to be 
ceiled or painted, and all other timbers of roof and under side of slates where 
exposed to sight. 

The partitions shown or described on the drawings as lath and plaster, are 
to receive two coats, and finished same as the adjoining walls ; ceilings to be 
put to the board 



-room, clerk’s office, master s four rooms, and passage on 

ground 
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ground floor, surgery, nurse’s room, and infirmary building, which are to be of 
lath and plaster, finished two coats smooth and twice whitened ; the under side 
of all floors, not described to be plastered, being intended to be whitewashed 
only. 

The rooms in attics of building, and upper rooms of infirmary, to be also 
ceiled, to the ceiling joists and rafters, as shown in the section of Roofs on 
drawings ; these ceilings to be lathed and plastered, one coat, and finished 
smooth, and twice whited. 

All lime to be well slacked and free from cores or unburnt stones, and to be 
mixed with good clean sand, or approved road drift, and mixed in proper pro- 
portions. 

The limewhite to . the walls of house to be mixed with a due proportion of 
tallow, to prevent the work rubbing off. 

The laths to be all strong, and the nails to be either wrought or cast iron, and 
not less than 1 inch long. 

Where any plastering is put over wood lintels, or other timber, a good key to 
be made by crossing pieces of short laths. 

The angles to windows of infirmary are to be rounded, and no angle staves 
used ; where angle staves are used, they are to have quirks cut. 



Section No. 4. 

Plumber, Painter, and Glazier. 

Plumber. 

To include all work hereinafter described or shown on the drawings, or that 
will be found necessary for making them all complete. 

The lead to be the best milled, or where cast lead is used, it is to be evenly 
moulded, of smooth surface, and free from sand or pin holes, and at least hall a 
pound to the superficial foot heavier than the weights hereafter described lor 
the milled lead; no cast lead to be used except above the weight of 7 lbs. to the 
foot superficial. , , „ , . , * 

The lead to gutters is to be closely dressed down to the boarding, and to be ot 
the width shown on the drawings ; the highest part of the gutter to turn up at 
least 6 inches under the slates, and to turn up at the same level all through, 
notwithstanding the fall of gutter, which is to be at least 1 inch m 10 ieet; the 
gutters to be 7 lb. lead to the foot; and laid with 2 inches dnp where shown; 
the narrowest part of the gutters is not to be less than 9 inches wide. 

Those roofs which abut against the walls of high building or against chimney 
shafts are, where so described on drawings, to have lead Bashings ot 61b. lead, to 
lay on the slates at least 5 inches, and altogether not less than 10 inches wide, 
to be carefully and securely let into the brick or stone-work. 

The hips of the roofs described on drawings to be covered with M, are to 
have the ridge carried up, round which the lead is to be > , 

at least 16 inches wide and 6 lb. to the foot superficial, closely laid and soured 
with lead-headed nails. The hips of the ventilators over staircases to be laid 
with 7 lb. lead, of the same width. . , 

All vallies to roofs to be laid with 6 lb. lead 18 inches wide, and 16 metes 
wide to vallies of dormer windows on roof. . fep ^hmgs to be put round 
cheeks of dormers and ventilators, 8 inches wide, of 4lb. lead, and the dormers 
to have aprons in front, of 6 lbs. lead, 10 inches wide. 

Painter. 

The whole of the wood and iron work, except the boarded 
in the carpenter’s work to be left rough for whitewash, is o ^9 

and finished, three coats internally and four coats externally, 
rafters which project are not intended to be painted; any work which 
properly hold out, to receive the additional coats of paint required. 

The work to be finished of a plain common colour i» be approve . ^ 

189. 
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Glazier. 

The windows, generally, to be glazed with glass of C C quality, and of the 
shapes and sizes as shown on drawings. 

The windows to master’s four rooms, and windows of entrance front, are to 
have C glass. 

All glass fixed in iron lights to be closely fitted, and securely and neatly 
puttied. 

All windows described to have lead lights, are to be executed with the very 
best strong lead ; the lights to be secured to fth round iron bars, fastened with 
copper ties. 

The contractor to be answerable for all windows broken during the execution 
of the building, and the whole to be given up in a clean and perfect state. 



Section No. 5. 

Smith. 

To provide all straps, bolts, and other work, where shown or described on the 
drawings, the wrought iron to be the best tough metal, and the cast work of good 
quality and clean mould ; also to provide all moulds and patterns required. 

The stairs to have f-square bar balusters 3 feet 10 inches long, one to each 
step, and on the landings to be 5 inches apart, and 3 feet 6 inches long, and a half- 
round hand-rail, 1 J inch wide and £ inch thick, a 1 £-inck square wrought 
newel at the commencement of each stairs, to be let into a strong stone, and to 
be securely fixed and run with lead ; the balusters to be kneed 2 inches at the 
foot of each, so as to be sunk in the top of head of steps a sufficient distance from 
the end to give a strong and secure hold; the balusters to be rivetted into hand- 
mil, and sunk into the stone and run with lead ; the newel to be set outside the 
end of step, and. the hand-rail curved to it. 

All fire-places to have chimney bars 2 inches by. i inch, of a segment form, to 
go into the walls at least 6 inches in angle fire-places, or through the jambs where 
they project, and turn up and down 2 inches at each end. 

4 4-inch cast iron semicircular gutters to the eaves of those, roofs, where marked 
or described o.n plan, supported in strong cast-iron brackets, securely fixed, in 
walls or to the feet of projecting rafters; all joints of spouting to be put together, 
with white lead, and secured by a nut and screw ; the depth of gutter to be half 
an inch deeper than a semicircle. 

Rain-water down pipes, 3 inches clear diameter, where marked on plans, with 
heads of approved pattern and proper shoes at the foot of each ; a small cast-iron 
grating to be fixed about fds the way down, to prevent leaves, &c. getting down. 
The down pipes to be secured by strong holdfasts to each length of pipe, which 
is not to be less m any part than £ ths of an inch thick. 

The railing between boys’ and girls’ yards to be executed with wrought iron, 
as tlie drawing given, with well-formed heads to the several bars, and the holes 
of rails to be carefully formed, and not made larger than the bars they are ' t'o; 
receive. A gate to be formed in each fence where shown on the plan ; the gate 
to ha\e a. top and bottom rail, the latter to be 2 inches from the ground, and the 
bars, as shown m the railing, carried down to it ; the gate to be 4 feet wide ; the 
top horizontal bar of the railing to be carried quite through, with spikes at top u 
the gate to have a lock fixed on it, and a locking plate to be made to be fixed to 
the stonework of wall to receive the bolt of lock ; the heel-bar of gate to hinge 
by a pivot through the upper rail, and to rest in an iron plate let into a stone 
block m the ground; the two locks will be supplied to the contractor, who is 
only to include fixing. ... - 

, ■ contractor to include No. 6 plain common gratings, 12 inches square, for 
letting into stone over small cesspools. 

The contract to include 2 cwt.‘of wrought iron, to’ be used in bolts, nuts, 
screws, straps, and other work, where directed by the clerk of the works, m 
addition to that shown or described on the drawings, or contained in the 
specification. ' • 

' V , To 
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To provide also No. 30 cast-iron ventilators, of the size of 9 inches by 4 inches, 
of approved pattern, to be inserted by the mason where directed by the-, clerk of 
the works. 

The contractor to find all lead necessary for fixing ironwork, and fire for 
heating’ the same ; to include strong wrought-iron hinges to the large gates or 
doors of yards, with fastenings, to be executed according to the drawings and 
descriptions given. 



Weight of Material. 

Cast-iron semicircular gutters, as above, to weigh 4| lbs. to the lineal foot. 

Wrought-iron brackets to be fixed in wall, to weigh at least 18 lbs. to the 
half-dozen ditto. 

Ditto, secured to rafter’s feet of the projecting roofs, to weigh at least 12 lbs. 
to the half-dozen. 



Section No. 6. 

Flagger, or Pavior. 

The floors of the several rooms to be either flagged, paved, or otherwise laid 
as hereafter described, shown or directed on the drawings. 

All flagging to be worked as described, and closely jointed, to be laid in mortar 
or gravel, or other suitable materials; all the stones are to be closely dressed, 
and fitted against the walls of the various passages, &c. 

The several rooms, passages, or other parts described on the plans to be paved, 
are to have the stones well rammed and bedded in gravel, and filled in with 
strong coarse sand, or any other materials described. 

Care is to be taken that all the ground in which the flagging or paving is 
intended to be laid is well settled and rammed all over before the gravel or other 
bedding materials are used. 

The floors of wash-house, kitchen, scullery, &c., to have an inclination towards 
an iron grating leading to drain, to convey off the water. 

The work is to be left quite sound and perfect when delivered up, and all broken 
stones to be replaced with perfect ones, and any work which has sunk or settled 
below the proper surface to be again securely relaid. 

The rooms described to be laid with mortar floors are to be compounded with 
the best materials, and mixed in approved proportions of clay, lime, and bullock a 
blood, &c. 

The floors to be carefully protected till they are quite dry and hard; they are 
to be laid perfectly level, and in the most approved manner, and to Have a 
foundation of dry and broken materials at least 6 inches thick. 



Particulars of Ironmongery to be supplied hereafter the fixing of which only 
belongs to this Contract. 



Norfolk thumb-latches to the ledged doors. 

Fastenings to the several windows, and centres and pivots 
Locks to all doors. 

Bolts to ditto. • 

Hinges to all doors', except to the framed panel-doors.' 



for hanging them. 



189. 
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General Clauses and Conditions of the Specification of Works. 

The foregoing Sections of Works are to be taken to include every detail con- 
nected therewith that is necessary for malting the same complete, to include all 
necessary scaffolding, labour tools, hoisting tackle, water carrying, and materials, 
labour implements of every kind that are necessary for performing, executing, 
and completing the works in the best manner ; the scaffolding is to be securely 
constructed in all parts, to be ample in quantity, and composed ot good mate- 
rials, and constructed to the satisfaction of the clerk of the works, appointed by 
the Poor Law Commissioners. 

The works are to proceed under the inspection and approval of the clerk of 
the works, and to the entire satisfaction of the architect of the Poor Law Com- 
missioners. The architect and clerk of the works are to have full power to enter 
upon the premises or any part of the building, at such times as they may think 
proper. 

The drawings and specification are to be under the charge of the clerk of 
the works, and deposited from day to day at his office on the premises ; they are 
to be open to the inspection of all persons employed upon the building who may 
have occasion to refer to them, and they will be at liberty, to copy or take any 
particulars of such details as they may from time to time require ; but the 
drawings and specifications are on no account to be removed from the premises 
by any person not specially authorised by the architect. 

The contractor is to receive, as belonging to the contract, all detail or expla- 
natory drawings, which may from time to time be considered necessary by the 
architect, and which he may sign and furnish to the contractor ; and in all cases 
where figured dimensions or written directions are given on the plans, the same 
are to be followed and used in preference to the use of the scale. 

The several roofs to be constructed according to the pitch or inclination given, 
and the dimensions for the length of timbers and for slating to be ascertained 
from the width of the several rooms, added to the thicknesses figured or described 
for the walls. 

All materials used in the respective works shall be of the very best quality, 
and the workmanship thereof executed in the best and most substantial manner. 
Should materials of any kind be brought upon the premises, which, in the opi- 
nion of the clerk of the works, are either unsound, improper to be used, or con- 
trary to the intent and meaning of the contract, the same shall be immediately 
removed from off the premises., upon notice to that effect being given by him, in 
writing, to the contractor or his foreman ; and in case such notice be not imme- 
diately complied with, the clerk of the works will be required to report the fact, 
to the Poor Law Commissioners through their architect. Any works which, in 
the opinion of the architect, have been improperly executed, shall upon notice to 
the contractor be immediately taken down, or removed, and reconstructed in a 
substantial manner, and no additional charge shall be made by the contractor 
for such work. 

No materials or timber scantlings once brought on the building ground shall 
be removed from off the premises, on any pretence whatever, unless with the 
written consent of the architect, or unless they be materials brought there, bond 
fide, for the purpose of scaffolding. The materials brought upon the ground are 
to be considered as belonging to the Poor Law Commissioners, although the 
value of them is not to be taken into consideration in calculating the advances 
to which the contractor may, from time to time, be entitled. 

The contractor is to make regular weekly payments of wages to the several 
mechanics, artificers, and labourers employed by or under him,. and punctually 
to pay weekly to them in. money the full amount of their earnings. 

Upon notice to the contractor or foreman, by the architect, that a sufficient 
number of men are not employed on any section of the works, he will be 
required to provide the same, on- his default within reasonable time, the 

architect 
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architect may engage such number of men as are required, and at such amount 
of wages as in his opinion is proper, the amount thereof, and all expenses at- 
tending the employment of such men to be deducted from the amount due to 
the contractor. Should any combination at any time take place among the 
workmen for advance of wages, or any other causes, and the same be represented 
to the Poor Law Commissioners, or their architect, the same would be taken into 
consideration, whether any just ground existed for allowing any .extension of 
time for any delay that may thereby be occasioned to the works. 

Any inferior workman employed by the contractor is upon notice to that 
effect by the clerk of the works to be discharged by the contractor. 

The contractor is not to underlet in any way the whole or any part of the 
work, or to do the same by task-work, except with the written consent of the 
architect. 

Should any delay arise from the want of a due supply of proper materials, 
and the progress of the works be thereby interrupted, the architect, either 
himself or through the clerk of the works, may order /.or provide the same, and 
the expenses thereby occasioned may be deducted from the amounts that may be 
or become due to the contractor. 

The contractor is to supply the clerk of the works with all requisite informa- 
tion upon the number of men employed, the state of preparation of the materials, 
and such information of the kind as may be required of him by the architect or 
clerk of the works. 

The clerk of the works is not to be employed in any way whatsoever by the 
contractor, or to receive any payment from him for any services connected with 
the building, but to give every assistance in his power in directing the proper 
execution of the works ; and should the contractor have reason to complain of 
the conduct of the clerk of the works, in the execution of his duties or otherwise, 
the contractor will, upon representation of the facts to the Poor Law Com- 
missioners through their architect, have such redress as they consider him 
entitled to. 

In case any disagreement or dispute should arise during the progress of the 
works, or after their completion, as to the meaning of the specification and 
drawings, or relating to any other cause whatever connected with the said con- 
tract, the same shall be referred to the architect for the time being, and his award 
shall be final and conclusive upon all matters touching the said contract between 
the parties. 

In case the architect, in consequence of frost or from any other cause, shall 
order a suspension, of the works, such order shall be in writing, and the works 
shall thereupon be discontinued and carefully covered up with straw, or such 
other covering or protection as the architect may direct. The works shall be 
again resumed upon notice to the contractor, who shall be allowed an extension 
or time beyond the date of his contract, equivalent to the delay occasioned by 
such suspension of the works. 

The contractor is to be answerable for all damage that may happen to the 
several works until such time as they are delivered up by him, and certified by 
the architect to be complete ; the contractor is to be at the expense of watching 
and taking due care of the works, and is to remove, from time to time, all 
rubbish that may accumulate on the ground, and to take the same to such part 
of the premises as the clerk of the works may direct. 

No additional work is to be executed or allowed for, unless done in pursuance 
of the written direction of the architect ; and no omissions from, or alterations m 
the specified works, are to be made, except by such written direction ; and no 
additions, omissions, or alterations, so directed to be made, are to have any efiect 
in invalidating or annulling the contract. Any additional work that may be 
necessary in the foundations of the building, and directed to be done, or any 
work which may be directed by the architect to be omitted from the contract, in 
not requiring the foundations of the walls to go so deep as specified, is to be 
taken account of by the clerk of the works; and no foundations are to be covered 
up without the previous directions of the clerk of the works. The value ot ail 

189. C2 sucfi 
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sucli additional or omitted work is to be ascertained by the architect for the 
time being, and valued according to a list of prices attached to the articles of 
agreement, or in case the contractor does not furnish such list, then such 
valuation is to be made according to the judgment of the said architect, and the 
value of such extra or omitted work is to be either added to or deducted from 
the amount of the last payment to be made to the contractor on the building 
contract. All prices for such additional works, being first approved by the 
architect, must be attached to the contract previous to the execution of it by the 
contractor. 

No payment is to be made to the contractor except on the architect’s certificate 
on the value of the work executed, and no certificate to be given for any sum 
less than one-eighth the amount of contract ; and the several payments are to be 
made at the rate of the 85 per cent, on the value of the work executed, leaving 
a balance of 15 per cent, to be retained as a guarantee for the goodness and 
perfection of the works. The reserve of 15 per cent, shall be payable on the 
architect’s certificate, at the expiration of two months from the completion of 
the works included in the contract, except the painting and whitewashing of 
the plastering ; but such final payment shall be subject to any abatement which 
the architect may make for remedying any defects in the works, _ which, on 
notice thereof by him to the contractor, shall not be forthwith remedied. 

It is, however, to be expressly understood, that the payment of such first 
instalment is to be contingent on the Exchequer Loan Commissioners having- 
advanced, at the time at which such instalment shall become due, the sum of 
money which the Poor Law Commissioners have directed the Board of Guar- 
dians of the Union to borrow for the erection of the workhouse ; and no delay 
in the payment of such first instalment shall interfere with the progress of the 
works, or release the contractor from his obligation to complete them by the time 
hereinafter named. 

The whole of the works are to be completely finished, and ready to be deli- 
vered up by the contractor, on the 1st day of September 1840 ; and in case he 
shall foil in completing the works contracted for by him on or before the day 
mentioned, he shall be liable to a deduction from the amount of his contract for 
every week during which the works shall remain unfinished beyond the before- 
mentioned time, and such deduction (if made) shall be on the following 



scale : — 

Per Week. 

If the whole amount of the contract does not exceed 1,000?. - £.10 

If the same exceeds 1,000/. and does not exceed 2,000/. - 20 

If the same exceeds 2,000/. and does not exceed 5,000 Z. - 30 

If the same exceeds 5,000/. - 40 



The buildings and works to be delivered up, and completely finished by the 
1st day of September 1840. 

(signed) Patterson fy Catcheside. 

The specification referred to by articles of agreement, bearing date the 24th 
day of June 1839, and entered into between the undersigned on the one part, 
and the Poor Law Commissioners on the other part. 

(signed) Patterson Catcheside. 

(signed) Geo. Wilkinson, 

May 1839. ’ Architect. ' 



Printed image digitised by the University of Southampton Library Digitisation Unit 




THE LONDONDERRY UNION POOR HOUSE. 



2: 



III.— PARTICULARS OP THE FITTINGS TO BE PROVIDED FOR THE 
LONDONDERRY UNION WORKHOUSE. 



Deductions. 

.£. s. d. Bedsteads. £. s . d. 

To construct 140 deal bedsteads, as per sketch, to be of 
white .Norway deals, free from knots, and well and neatly 
finished. To construct along sidewall at heads of beds, 
a rail 4 £ by 2 £, supported on strong cast-iron brackets, 
as per sketch, and screwed to deal floor, or let into solid 
stone blocks in mortar floors, and the ironwork to be run 
with lead where fixed to the stone. 

The bedsteadsto be fixed in the long room of each wing 
(on the ground-floor) of the main building, and in the 
rooms of the infirmary building. 



88 bedsteads on mortar floors, a’ 20 s. - £.88 - - 
52 ditto on boarded floors, a’ 16 s. 41 12 - 

£. 129 12 - 



All bedsteads placed in those rooms where there are 
mortar floors, are to have deal boards 9 inches wide, with 
rounded edges laid on floor, immediately under the feet 
of bedsteads, to receive the legs. The deal boards to 
be securely fixed by ironwork to the blocks let in the 
floor - - - - a’ 

6 bedsteads for idiot wards, 6 feet by 2 feet 6 inches, 
sheeted 4 feet high ------ a’ 



Grates and Stoves. 



26/ 



18/ 




60 8 - 



Board-Room and Clerk’s Office. 

Best black front half-register grates, of neat approved 
pattern, in the board-room, and clerk’s office, and in the 
master and matron’s apartments, the sides to have free- 
stone coves and linings; also common plain cast-iron 
grates, with hobs to the surgery, nurse’s room, porter’s 
room, and inspectors’ rooms, in each of the idiot wards, 
and dormitories in wings of upper floors : all these to 
have the fire-place lined with good fire bricks. 

6 half-register and 11 plain ditto - 

Plain stoves of cast-iron to be provided, and fixed in 
the several day-rooms and dormitories on the ground 
floor, and to the rooms of infirmary and probationary 
wards. 4 stoves to the large rooms to be of the size of 
2 feet by 1 foot 6 inches, and 4-5 to the smaller rooms to 
be of the size of 1 foot 6 inches by 1 foot 6 inches, the 
stoves all to have large fenders, and sheet-iron open 
drawers for ashes. The tubing for smoke flues to be 6 
inches clear diameter, to be carried into flue of fire- 
place, with a length of 8 feet to each stove in addition to 
the bends, See. The tubing to be cast-iron, including 154 
pair of 6-inch pipe and stopping opens of fire-places - 

Carried forward - - - 



93 

£. 303 



5 - 
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Deductions. 

£. s. d. 



2 



8 



1 10 
- 4 







£. s. d. 


Brought forward - - - 


- £. 


303 - - 


Iron Boilers. 

In Wash-house. 

To provide and fix a cast-iron boiler with taps, contain- 
ing 300 gallons, to be made complete with brickwork, and 
2-inch deal curb on top, to include all ironwork, grat- 
ings, &c., and to include deal top in two thicknesses, 
cross nailed, hung with wrought-iron hinges, and pullies 
and lines for opening lids ------ 




32 - - 


1 ditto, ditto, to contain 300 gallons - 


* 


32 - - 


In Kitchen. 

1 ditto, ditto, to contain 400 gallons - 


_ 


34 - - 


1 ditto, ditto, to contain 400 gallons - 


- - 


34 - - 


1 ditto, ditto, to contain 150 gallons - 


- - 


18 - - 


1 ditto, ditto, to contain 15 gallons - 


- 


5 - - 


In Probationary Ward. 

1 cast-iron boiler, & c., to contain 40 gallons, with tap - 


_ 


10 10 - 


1 - ditto - ditto - ditto 


- - 


10 10 - 


To. include making all flues complete, each flue to have 
an iron frame and bed for cleaning out, and also a damper 
to each. 

Providing and fixing a strong crane and winch-chain, 
See. complete, setting ditto on strong platform and beams 




25 — — 


Tables and Forms. 

Dining-Hall. 

24 deal tables with 1 \ inch deal tops, 22 inches wide, 11 
feet long, each constructed with 3-inch square-framed 


28/ 




legs, and 6-inch framing of 1 J deal, as sketch - - a’ 


9 »i 


36 - - 


6 ditto - ditto ----- a’ 


30/ 


9 - - 


48 deal forms, to ditto, 11 feet long, with 1 J inch deal 
tops 10 l inches wide, with strong framed legs of 1 \ inch 
deal, cut hollow at bottom, as sketch - - - a’ 


13/ 


31 4 - 


12 extra ditto ------ a 


- 


S 16 - 


School-Room. 

20 forms, 8 feet long, with deal 1 1 seats 9 inches wide, 


8/ 


error. 


12 inches high, with strong framed legs - - a’ 


9/6 ; 


9 10 - 


For rooms in general, 20 forms with 1 £ deal seats, (as 
to dining-hall,) 10 feet long each - - - a’ 


12/6 ; 


12 44 — 


5 deal tables with 1 £ deal tops, and square framed 




error. 


legs, (as to dining-hall), Size of tables 5 feet by 2 feet 6 
inches - -- -- - - - a’ 


17/ : 


4 5 - 


Desks ditto, ditto, as per sketch. 

Desk for master, as per sketch ----- 








charged in 
bill to 


Dressers. 




To fix in the two store rooms adjoining master’s rooms in 




guardians. 


main building, a dresser 2 feet wide, of 1 J deal on strong 
bearers, along the side wall of each room opposite the 
doors - -------- 


- . - 


34-5 ~ 


Carried forward ----- 


- £. 


.622 - - 



Printed image digitised by the University of Southampton Library Digitisation Unit 



THE LONDONDERRY UNION POOR HOUSE. 



23 



Deductions. 



£. s. d. 
- 15 - 



Brought forward - - - - 
To fix in the store-room (the one on the right hand side 
going from master’s apartments) adjoining serving-room, 
a dresser 2 feet wide, as before, across the end of room 
adjoining serving-room, and along the side opposite the 
door - -- -- -- -- - 

To put 1-inch deal frame to contain a rising shutter, 
size of 4 feet wide, and 2 feet 6 inches high, and to be 
secured with bolts, to shut down on dresser, for passing 
things through to serving-room ------ 



Kitchen and Sculleries. 



£. s. d. 
- 622 - - 



3 4-e - 



To construct a dresser feet long, feet inches 
wide, of 1 1 deal on strong bearers, with 6 rows of 9-inch 
shelves 1 inch thick. To construct a sink size of by 
to be placed on strong bearers with two divisions, 
one to have a plug 1 1 inch diameter, and the other a 4- 
inch square iron grating, both to lead to a drain 



Water Works. 

To provide and construct a .metal force-pump, to be 
worked by double lever handle, of approved construction, 
as per sketch, so as to allow the same to be worked on 
both sides the partition by men or women; the pump 
to be 3 bore, and to have 2 |-inch pipe from well, and 
2 J-inch rising main to supply a deal cistern to be fixed in 
kitchen offices - - - - - 

The cistern to be lined with 6 lbs. lead sides, and 7 lbs. , 
lead bottom, and constructed with 2-inch deal put to- | 
gether with white lead, and to contain 700 gallons, and to j 
have a |-inch notice pipe ------ 

From the cistern construct pipes of 1 J bore leading to 
the wash-house, with 1 | bib cock. Also pipe to kitchen 
with 1 \ bib cock. Also one to each yard for men and 
women ; convey a pipe, and fix a 1-inch bib cock with 
square handle to turn ditto, and to take on and off ; the 
cock to be fixed against back wall of wash-house and 
kitchen buildings. Also to construct a pipe leading 
through master’s passage to front wards, where a pipe is 
to be placed in the inside comer of yard of the proba- 
tionary ward, nearest the door of master’s house, with bib 
cocks with lever moveable handle, as described to the 
yards for men and women. 

Water to boys’ and girls’ yards, hot and cold to baths 
- and kitchen yard - - - - - “ " 

To construct in yard a large rain-water tank, size of 
10 feet by 7 feet, and 10 feet deep, domed over as cess- 
pools. The rain-water tank to be lined with half brick, 
bonded in stone, and rendered in cement ; the bottom to 
be laid curviform -------- 

1 ditto - - ditto - 

Also to provide and fix a small common lead pump in 
wash-house, with 2 \ suction pipe from tank - • - 



t5 ~ ~ 



24 10 - 
24 10 - 

10 10 - 



Baths. 

Probationary. 



2 - - 




30 2 10 



To construct a deal bath If. thick of well-seasoned deal, 
ploughed and tongued at joints, and put together with 
white lead, to be 5 feet long, 2 feet 6 inches wide, and 2 
feet deep, placed at one end of the bath-room. One to 
be placed in each bath-room. The baths to have a 1§ 
plug, to open into a drain constructed in surface by 
paving stones, and leading into cesspools in yards - 

1 - - ditto - - ditto - 

Carried forward - - - - 
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- 6ie - 

- 6 — 



£. 829 9 - 
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Brought forward 



The names of each room to be painted in black 1 inch 
capital letters, of Roman character, on the doors of the 
following rooms, -on the outside. The letters to be placed 
about 2 feet below top of door, in the centre of doorway 
(as regards the width of door), and the letters' to be the 
common proportionate distance from each other. 

Particulars of the several Rooms which are to have their 
Names painted thereon. 

Externally. 

Two probationary Yards at back of entrance Building: 

Female probationary ward, No. 1. 

Bath-room. 

Male probationary ward. No. 1 . 

Bath-room. 

Children’s Yards : 

Boys’ day and school-room. 

Boys’ woi;k-room. 

Girls’ day and school-room. 

Kitchen Office Yards : 

Wash-house. 

. Kitchen offices. 

Men’s and Women’s Yards — Female Side: 

Female dining-hall. ’ 

Wash-house. 

Wash-housework-room (at the end). . 

Infirmary. 

Female idiot wards. 

Male Side : 

Kitchen offices. 

Male dining-hall. 

Infirmary. 

Male idiot wards. 

Dead-house (in back yard). 

Internally. 

Entrance Front Building. — In- Hall Ground Floor : 

To board-room. 

Portei'’s room. 

Female probationary ward, No. 2. 

Male probationary ward,. No. 2. 



Upper Floor : 

Board-room. 

Clerk’s office. 

Main Building. — Ground Floor : 

Master’s Room. 

Matron’s room. ... 

Where man and wife are appointed, the words “master’s 
and matron’s rooms” to be substituted. ‘ ; 



Upper Floor : • 1 ■ 



Master’s room. 
Matron’s room. 
Clothes store-room. 



Carried forward - - —I 
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£. s. d. 



Brought forward - - - 
Stairs at back of Master’s Rooms : 

Boys’ room. 

Girls’ room. 

(On deal board, size of 12 by 6, painted same colour as 
doors, and fixed against wall.) 

Stairs leading to boys’ dormitories, &c. 

Stairs leading to girls’ dormitories, &c. 

Upper Floor : 

■ Boy’s dormitories, No. 1, 2, 3, &c. 

] Girl’s dormitories, No. 1, 2, 3, &c. 

Principal Stairs in Wings — Male Side : 

Male wards. 

Boys’ rooms. 

(On board as before described) Stairs leading to male 
dormitories. 

Female Side : 

Female wards. 

Nursery. 

(Board and inscription to stairs same as male side.) 
Male and Female Sides— Upper Floors : 

Male dormitories, No. 1, 2, 3, &c. 

. Female dormitories, No. 1, 2, 3, &c. 

Serving-Room : 

Dining-hall (on both doors). 

Kitchen (and to men’s yard). 

Wash-house (and to women s yard). 

Store-room, No. 1. (No. 1. is to be the right hand 
door, leading from master’s apartments). , 
Store-room, No. 2. 

Mill-room. 

. Laundry (on door from wash-house;. 

In Dining-Hall— On Doors inside : 

Entrance to female yard. 

Entrance to male yard. 

Infirmary — Ground and Upper Floors-Male Side : 
Male ward, No. 1, 2, 8, See., beginning at right- 
hand room on ground floor, 
r Surgery. 

Nurse’s room. 

Female Side : 

• Female Ward, No. 1, 2, 3, &c. 

Idiot Wards — Male Side : 

^.(omthecella, 
omitting the word cells ). 

Female Side : ' 

•. Inspector’s epom, • 

Femalc day-room. No. 1, 2, 3, tsc c. 



£. 

| 829 



l8g. 



Carried forward 

D 



25 



s. d. 
9. - 



10 - 



19 - 
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Deductions. 



£. 



s. d. 



£. s. d. 



Brought forward 



- I 834 19 - 



Shelves. 



2 10 



To put in store-room on right-hand side of passage 
leading to serving-room, 4 rows of 9-inch shelves 1 inch 
thick, on strong hearers immediately over the dressers - 

To put in clothes store, one-pah, 4 rows of shelves 
20 inches wide over the dresser, and two ends of room, 
the shelves to be open, made with 1-inch deal spars 
2 inches wide, and 2 inches apart - 



To construct in the surgery a deal press in two heights, 
size of 5 feet wide, by 6 feet 6 inches high, and 15 deep, 
the lower to be hung with folding doors in two heights, 
the inside to be fitted up with shelves and drawers, and 
to contain not less than drawers - - - - 



In Dining-Hall : 




5 12 6 



To construct across the dining-hall a deal 1 % square 
framed, and bead and butt partition, secured to the beam 
of roof, and securely fixed against floor by 4-inch square 
scantling cut diagonally, ana half fixed on each side. The 
centre to have folding doors 6 feet wide in two widths, to 
open to the height of the tie-beam. The part above the 
tie-beam to be sparred with 1 f spars 2 inches wide, 1 £ 
apart, fixed in one side of truss over partition 



35 10 - 



Painting ditto 



To provide and fix a bell weighing 60 lbs., to be fixed 
on ridge roof, over the passage between stores leading to 
the serving-room, to be hung between two 6-inch square 
oak posts, with weather-boarded top, as per sketch. The 
exact position to be determined by putting it as near the 
windows of passage as the truss of the roof occurs to 
which the posts are to be brought down for securing them. 
To include, wheel, rope, tubing through roof, 8tc. - 

£. s. d. 
- 60 8 - 
10 4 - 

- 30 2 10 

- 5 12 6 



Page 21 - 
22 - 
23 - 
26 - 



£. 



13 10 - 



910 17 - 



- 106 7 

£. 804 9 



4 



8 



Generally.-— The whole of the works to be done in the best manner, and with good 
seasoned timber, and in accordance with the specification for. the erection of the workhouse, 
and agreeable to the general clauses and conditions of the specifications and building con- 
tract. The tables and forms are not intended to be painted ; nor is any of the work, except 
where so described. * . 



We, the undersigned, do hereby undertake and agree to perform the whole of the before- 
described works, and to do the same in the best and most permanent manner, and to the 
entire satisfaction of the architect, and to the Poor Law Commissioners for the time being, 
agreeable in every, respect to the conditions of the contract made for the erection of the 
Workhouse. . 

'■ (signed) Patterson Catcheside. 
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— No. 2. — 

Copies of any Orders in Writing for Extra Works. 



Note by the Commissioners’ Architect. 

The works performed in addition to those included in the contract were chiefly 
ordered by means of the drawings on which they were shown or explained ; and 
the clerk of the works was instructed thereupon, either by letter or verbally, by 
the architect or an assistant architect, who had been supplied with the necessary 
information. The extra foundations were performed in accordance with the 
provisions of the contract, which left any additional quantity to be determined 
upon the execution of the work. 



The following are copies of orders given in writing : — 

IV. — Copy of LETTER from the Architect to Mr. J. Gallagher , Clerk of the 
Works : 



Architect’s Office, Poor Law Commission, 
Dublin, 3 July 1840. 

Accompanying you will receive a sketch, showing two sheds to be constructed 
at Derry, one for straw on women’s side, and one for coals and potatoes on men’s 
side. The roofs can be laid with slates open thus, 
to save expense. The rafters, &c. same as other 
works. The posts, &c. the same, and l" rough board- 
- ing laid to top horizontally. Two gates in each — that 
is, a gate in two widths — 5 feet wide, with strong 
hinges. &c. If the windows of cells occur unfa- 
vourably, they must be altered to other side in passage. These works had better 
be prepared for, and estimated by the contractors. No floor will be required. 
Perhaps the boarding near the middle had better be 1^ thick where pressed 
against. The potatoe and coal shed had better be excavated a few feet perhaps, 
if it can be kept free from water. Let me hear from you about this at once. 

(signed) Geo. Wilkinson. 



To the Clerk of the Works, 

Londonderry Workhouse. 



V. — Copy of LETTER from the Architect to the Building Contractors. 



. Architect’s Office, Poor Law Commissum, 

Gentlemen, Dublin, 19th August 1840* 

Mr. Clements is very anxious to have the fittings to the Derry house go on. 
Pray, put all things forward as early as possible, and do not let Mr. Clements be 
of the opinion, which he seems to be, that nothing is being done. I am satisfied 
189. d 2 you 
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you have enough to be getting on without delay I am desirous of receiving 
from vou an estimate of the cost of the fittings. The boilers should be ordered 
at once, without delay. As soon as you will let me have an estimate, it will be 
all right, provided the amount is satisfactory, which I expect you will make 
reasonable. 



If vou can see any improvement in the arrangement for the kitchen, in the 
disposition of the-boiler, &c. let me hear. We are waiting for a return of the 
locks and fastenings. 



Mr. Leeson will be with you next week, early I expect, and will set out the 
-additional sheds required. 



To the Contractors, 

Londonderry Union Workhouse. 



(signed) Geo. Wilkinson. 



VI —Copy of LETTER from the Architect to the Clerk of the Works. 



Architect’s Office, Poor Law Commission, 
gj rj Dublin, 19th August 1840. 

•Mr. Leeson will be at Derry next week, to arrange for adding some shed 
buildings, See. He will go through Newtown Limavady, so you will be sure’ of 
being with him at both or at one of the houses. 

We are waiting for the return sent you of the locks and fastenings ; also for 
the estimate for the fittings. You must inform Mr. Clements, if he inquires, 
•that all things are in due progress and will soon be complete, which I beg you 
will exert yourself to effect with as little delay as possible. 

I hope the flagging is laid with good falls and with good bedding, so as to be 
strong. 

(signed) Geo. Wilkinson , 

To the Clerk of Works, Architect. 

Londonderry Union. 



YII.— Copy of LETTER from the Architect to the Building Contractors. 



Architect’s Office, Poor Law Commission, 
Gentlemen, ' Dublin, 18 September 1840. 

The bedsteads for the Derry house, No. 58, are sufficient for you to go ou 
with, and I can explain to Mr. Clements that they are quite sufficient at pre- 
sent. If you fix any before I am with you, let them be to • the upper floors ol 
the infirmary, and if you have not more than is sufficient for these rooms in 
hand before I come, so much the better. From Mr. Leeson’s report, and lus 
arrangements of the sheds, it will, I expect, be the best plan to put windows to 
the cells of idiot wards over the doors, the ones under the sheds answering tor 
ventilation. 

The Contractors, (signed) Geo. Wilkinson. 

Londonderry Union. 



Printed image digitised by the University of Southampton Library Digitisation Unit 




THE LONDONDERRY. UNION POOR HOUSE. 



29 



VIII. — Copy of LETTER from the Architect to the Building Contractors. 



Architect’s Office, Poor Law Commission, 
Gentlemen, Dublin, 22 September 1840. 

Mr. Clements wishes shelves of spars to be put in the room over the board- 
room, and therefore it will be well to do so. He also wants a greater number 
of bedsteads made ; but on this subject you had better receive directions from 
him for further numbers, as I do not know how many he may require, and 
expect you will soon have an opportunity of seeing him. I hope to be with you 
soon. 

To the Contractors, (signed) Geo. Wilkinson. 

Londonderry Union. 



IX. — Copy of LETTER from the Architect to the Building Contractors. 

Architect’s Office, Poor Law Commission, 
Gentlemen, Dublin, 26 October 1840. 

It is- -thought it will be a great improvement to omit the enclosure to Derry 
Yforkkouse kitchen by door, and to take it entirely away. It is removed at 
Lisburn and Lurgan, and a 5-feet double door is being put into kitehen from 
serving-room instead of the small door, as this will, I am of opinion be found 
very advantageous. If you cannot put a 5-feet double door, the partition is to 
be removed. 

I am, &c. 

To the Contractors, (signed) Geo. Wilkinson. 

Londonderry Union. 



X. — Copy of LETTER from the Architect to Mr. Leeson , Assistant 
to Architect. 

Architect’s Office, Poor Law Commission, 
Dear Sir, Dublin, 8 February 1841. 

Accompanying I send the accounts of Messrs. Patterson & Catcheside for 
■the Derry Workhouse, which I will beg you to go into, and get finally settled. 
You will receive with these the accounts Mr. Doolin has gone into, which will, 
I expect, be an assistance to you. The only works estimated are, I believe, the 
gangways ; but these are subject to deduction, if necessary, but I think the 
amount for them (excepting the 26/.) is fair. All other works, fittings, sheds, &c. 
will be required to be estimated, as there is no agreement for them at the amounts 
given. The sheds have also been reduced since the estimate was received;, the 
fittings were proceeded, with, without an agreement for -the estimate received, 
which was after their commencement-; therefore there is nothing but what will 
require consideration, and to be paid for according to its merits. 

(signed) Geo. Wilkinson. 

To J. Leeson, Esq. Derry. 



»3 
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— No. 3. — 



ACCOUNTS FOR EXTRA WORKS, See. 



XI. — Copy of LETTER from the Poor Law Commissioners to the Board of 
Guardians, dated 17 Sept. 1841; enclosing Accounts, and Architect’s Report 
thereon. 

(No. 8,265 /41.) 




Sir, Poor Law Commission Office, Dublin, 17 Sept. 1841. 

The Poor Law Commissioners transmit herewith, to be laid before the Board 
of Guardians of the Londonderry Union, the accounts of the contractors for 
building the workhouse of that Union, together with a copy of the architect’s 
report thereon, and a statement of the amount of the loan, and the expenditure 
out of it. 

The accounts have been arranged so as to afford, with the architect's report, 
every information as to the expenditure ; and from the documents now sent, it 
appears that a sum of 788/. Js. 2 d. will be required beyond the amount already 
borrowed ; and the Commissioners desire to state, that should there be any further 
items of small amount which the guardians are desirous of providing for in the 
additional loan which it will be necessary to obtain, the Commissioners will be 
prepared to consider the expediency of including them. 



Meantime, the Commissioners will cause an order to be prepared, authorising 
the guardians to borrow the further amount which will be required. 



By order of the Board, 



To the Clerk to the (signed) 

Guardians of the Londonderry Union. 



Arthur Moore, 

Chief Clerk. 



Enclosure, No. 1. 

BILL of Extra Works done at the Londonderry Workhouse for the Poor Law 
Commissioners. 



Per Patterson &. Catcheside. 



Deductions. 
£. s. d. 



4 7 8 
16 11 3 



November 1840 : 

To amount of estimate for gangways in centres of 
floors, main building - 

1 ditto, for forming centre corridor in a similar 
way, 144 feet 

— 9% yards of excavation, extra depth of walls - 

— perches of masonry in ditto - 

35 cwt, 3 qrs. extra lead flashings to gables, 
&c., and gutters - - ' _ 

— amount of estimate for erecting two sheds at 

infirmary 

— 22 1 feet cube of posts, and head to straw shed, 

women’s yard 

— 397 feet superficial of rough rabbeted sheeting 

to ditto, and gate - 

Carried forward - - - 



/6 

- £. 




3 18 9 
9 18 6 
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Deductions. 

£. s. d. 



6 6 - 



1 10 - 



2 - Hi 



9 16 l£ 

189. 



November 1840 : 



.Brought iorward - - - 
To 2 pair of 2 \ feet hook-and-eye hinges, 3 s. 6d., 

3 feet round bolt and padlock - 

- 1,447 feet lineal of sewer, 9 in. x 9 in., flagged 

top and bottom, sides stone 

— 430 feet lineal of ditto, 12 x 12, from large 

cesspool, ditto - - - - 

- 30 feet ditto, 4x4, probationary yard - 

— 43 feet ditto, 6 x 6, rendered with cement, 

kitchen and wash-house - 

— 2 sink stones in ditto yard - 

- 44 feet of sewer, 6x6, infirmary yard - 

- building additions to privies, men and women’s 

yard, -9 ft. by 5 ft. - - - - - 

- breaking out for, and building jambs and arches 

for 4 door-ways in boys’ and. girls’, and infirm- 
ary yards ------- 

- 4 stone sills for ditto - - 

- 4 strong door-frames, 7 ft. x 4 ft., and framed 

and sheeted doors, 2 1 thick - 

— 4 pair of hook-and-eye hinges, 2 feet long 

- breaking open 6 semicircular opens, 2 ft. wide, 

over cell doors - 

— No. 8, iron balusters to stairs of infirmary, and 

fixing 

- 8 ventilators formed to gables of infirmary 

i — 4 sash-frames, and wood sashes and glass, 3 ft. 

4 in. x 2 ft. 10 in., infirmary stores 

- 2 ditto store-room, and metal sashes and glass, 

3 ft. 6 in. X 2 ft. 10 in. 

• — breaking open large semicircular open 10 ft. by 

5 ft., brick arch 18 in. x 14 in., and cupboard 

— extra price for the 2 large ventilators over stairs, 

allowing 10 1. each for small ones 

— iron-works for the two large ventilators for open- 

ing louvres, 32 pivots and plates, 8 shieves, 
iron-braces, and two weather vanes complete 

- breaking out and forming opens for double- 

doors to kitchen and wash-house; building 
semicircular arches over ditto, framed spar 
doors, 6 ft. 10 in. x 6 ft. - - 7 , ” 

-door-frame and nail spar door, 6ft. 10 in. by 

5 ft., hung with tumbling styles, to scullery - 

- 4 door-frames, and framed spar doors, 7 ft. 

by 7 ft. 

— 2 ditto spar doors to store-room - 

— 8 ventilators in boys’ and girls’ schools, 2 ft. 6 in. 

by 1ft. 6 in., brick jambs and arches, deal- 
shutters and lines - - _ - " 

— breaking out window, potatoe-stove, building 

iamb and arch, sash-frame, and sash andglass, 
3 ft. 6 in. by 3 ft. 6 in., hung with hinges and 
bolts - - “ “ ■ : 

262 feet superficial of 1-in. sheeting, on 3 x 15 

studds walls - 

_ 40 feet lineal, 4 1 x 3, grooved posts to take 

— 94 feet superficial partition, 1 inch, let into 

— 26 feet superficial joist, I*!, and 1-inch rough 

hoarding platform - - - ~ . ' 

— deal shoot for letting in potatoes, 6 feet long, 

3 feet wide - “ 7 ~ ' ^ 

— sinking potatoe-house, 1 ft. 6 in. deep - ~ 

- binn for meal, 9 ft. long, 3 ft. 10 in. high, 8 ft. 

6 in. wide, with division and lid, '3 It. <12 in., 

T hinges - - . - 

Carried forward - - - 



D 4 



1/4 | 

/8 

. 1 / 

2 / 

• 1 / 



12/6 | 

hi 



40/ 

3/ 



4/ , 

/6 I 

25/ 
24/6 I 



60/ 

16 / 



8/6 



468 7 8 

- 10 6 
72 7 - 
28 13 4 



2 3- 
- 4 - 
2 4- 



/6 

/* 



2 10 
1 - 



- 12 
1 4 



1 12 
- 4 



5 - 
2 9 



4 10 
2 10 



2 8 - 
6 11 - 

1 - 

2 7- 

- 16 8 

- 6 - 

- 3 6 
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Deductions. 
£. s. d. 

i a 10 



1 10 2 



1 14 10 
- 13 .7 

2 10 - 
7 17 5 



November 1840 : 


s. d. 


Brought forward - 


~ ~ 


To 1 square 30-feet trap partition, studds 4 x 2, m 
master’s apartments ----- 
— 26 feet of moulded 7x1 skirting - - - 


25/ 

/6 


— 28 1 yards of lath and plastery, scratched and 
floated 


1/6 


— 4 door-frames to stone stairs second floor, 
7 ft. x 2 ft. 10 in., and sparred door, as before 


40/ 


— building 2 angle chimneys to wings, 21 ft.,, to 

wall-plate, 13ft. over ditto,’ capped with cut 

stone, with lead flashing, and re-slating, &c. 


270/ 


— alteration in bath-rooms, 2 sash-frames and 
sashes ------- 


- - 


11 ventilators opened in roof, front building, 

12 X 9 

— louvre ventilator, formed over dormer window, 
front building ------ 


1/ 


— 1 lb. of brass head nails, fixed for hanging 
clothes ------- 


- - 


— forming 2 rows of spar shelves at ends of clothes’ 
room, entrance building 220 feet of 3 x 1 


- - 


— 2 door-frames and doors at head of stairs, pro- 
bationary wards ------ 


24/ 


— 2 iron rods to secure hand-rails, 5 feet long 


5/ 


— 62 pair of ventilators, breaking opens for 

building about ditto ----- 

— 2 cut stone chimney-pieces, hearths and coves 

complete ------- 


5/ 

50/ 


— 32 feet cube, difference between 6 x 6 x 9 x 9 
posts to shed and valley pieces - - - 


3/6 


— 14 ventilators formed in roof of privies - 


2/ 


— difference between sash and glass and wood, 
hall-door, main building - - - - 


- - 


— bell for hall-door and house, hung complete - 


- “ 


— 2 scantling door-frames, 8 feet by 4 feet 6 inches, 
and ledged doors rere entrance to wings 


- - 


— 2 pair of 18 T hinges, ditto - 


4/ 


— Alteration in felling in front of scullery, with 
door, window, Stc. - - ' - 


- - 


— 2 spar doors to low walls of boys’ and girls’ 
yards, and hinges - 


10/ 


— 367 feet lineal of metal pipes more than in- 
tended - - - - 




— 1,016 feet ditto of 4 b eaves gutter - 




— 18 hopper heads, 6 s. 6 i, 5 Z. 17s.; and 16 shoes, 
2 s. 6 d., 2 Z. - - - - - - 


- - 


— - Painting woodwork oi 2 sheds, the entire front 
being sheeted ; 20 door-frames, 8 sash-frames 




and sashes, spar door, irons. See. - - - 


- 


Carried forward - - - 





£. s. d. 
698 17 8 

1 12 G 
- 13 - 

2 2 9 



1 10 - 
- 11 — 

- 4 6 

- 6 ~ 

S+-6 — 

2 8- 
- 10 - 

16 10 - 

6 - - 

5 12 - 

18- 

- 12 - 
1 10 — 

2.16 - 
- 8 ~ 

- 15 — 

1- - 

f 

6f-*4 — S- 
7 17 - 

6-ie — - 
897. 16 11. 
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Deductions. 
£. s. d. 



November 1840 : 



Brought forward - - 



£. s. d. 
897 16 11 



To door-frames and ledged door in window in corridor 
between master and matron’s apartments," 7 feet by 
3 feet 4 inches - -- -- -- - 1 8 



— forming slate ventilators over kitchen and wash-house 

— Insurance of building, terminating the 25th March 

1841 : 

Premium - - - - £.999' 

Duty - - - - 10 5 4 



1 



5 - 



19 15 1 



920 



5 - 



Deductions: & s • “• 

Page 30 - - - - - 50 19 8 

31 - - - - 9 16 li 



5 



Amount of Account for Fixtures, Fittings, &c.» - 
Total - - 



68 13 2i 

851 11 9| 

_ £. - 804 9 8 

- £. - 1,656 1 5 i 



* See No. III., ante. 



Enclosure, No. 2. 

REPORT of George Wilkinson, Esq., Architect of Poor Law Comm.ssioners. 
(No. 7,267/41.) 

Gentlemen Poor Law Commission, Dublin, 9 August 1 41. . 

Ac!o™; s o is Messrs. Pattersor .and 
work performed at the Londonderry workh > , an( j ; n additional 

construction of fixtures and. fittings throug ou ^ account, and con- 

works connected with the building, as set forth ■ “ ** Action ' of gangways and 
sitting chiefly in the alteration of the floors; for yards, 

sleeping platforms, the erection additional fireplaces and flues 

additional sewers and rain-water tanks, erectig additional cast-iron eayes, 

m rooms for resident schoolmaster and sc . particularly set 

gutters to roofs, and other minor works, the whole ot wn.cn F 
forth in the account referred to. j have 

E 
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I have to report, that in consequence of the above-described works, the amount 
included in the loan of 8,700/. borrowed from the Exchequer Bill Loan Commis- 
sioners, is less than the amount of the contract and additional works for which it 
was borrowed, the total amount of the account being as follows : — 



£. s. d. 

Amount of contract - - - - - " ' 6,780 - - 

Amount for fixtures, fittings, and additional works - - *>656 1 51 

Total - - - 8,436 1 5J 



Up to this date the contractors have been paid on account of these works 
6,700 1., which leaves a balance due to them, amounting to 1,736/. is. 5 hd., which 
they are now become entitled to receive under the conditions of their contract for 
the erection of the building. 

I have, &c. 

To the Poor Law Commissioners. (signed) Geo. Wilkinson. 



Enclosure, No. 3. 

STATEMENT of the Contractors’ Account ; of the Amount of Loan ; of the Disburse- 
ments therefrom; and of the Sum required for the Payment of the Contractors’ Claim. 

Contractors’ Account. 





£. s. d. 


£. s. d. 


Amount of contract for Building - 


6,780 - - 




For fittings and additional works, as per bill 


1,656 1 5 1 




Total of Contractors’ Account 




8,436 1 5 § 


Amount of Instalments paid on account - 


_ - 


6,700 - - 


Balance due to Contractors 

Amount of Loan : £• s. d. 

For workhouse contract - - - 6,780 - - 

For site ----- - 725 - - i 

For fittings _____ 800 - - 

For contingencies - 395 — — 




1,736 1 5 i 


Total Amount of Loan - 

Disbursements from Loan : 

For contractors, on account - 6,700 - — 

For clerk of works’ salary - - - 139 4 q 

For site ______ 773 3 5 

For law expenses - - - - 49 — 6 

For advertisement - - - - 1 - - 

For ironmongery for workhouse - - 84 17 4 


8,700 - - 




Total Amount of D isbursemenis 


7,752 5 9 




Amount of original Loan available* • - 




947 14 3 


Additional Sum required for payment of Contractors - £„ 


788 7 2 i 



* Besides interest on the Exchequer Bills, the amount of which will shortly be ascertained. 



9 August 1841. 
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— No. 4.— 

COPIES of such Portions of the Proceedings of the Board of Guardians as bear 
on the subject of the Workhouse ; and Letters addressed to them by the 
Commissioners, and other Documents. 



XII. — Extract from MINUTES of the Board of Guardians, of the 2d October 
1841. 

Read letter from Mr. Clements, dated 29th ultimo, stating, in reply to the 
resolution of the last meeting, that he would attend the Board on the 9th 
proximo. 

Resolved, That the following committee be appointed to examine the building 
account, and that Mr. Turnbull, architect, be employed to assist them in their inves- 
tigation. 

Names of the Committee. 

Sir Robert Eergusson. Mr. Babington. 

Major Scott. Mr. John Leatham. 

Major Young. Mr. Watt. 

Mr. Melian. Mr. M'Clellan. 

To meet on Thursday next at 12 o’clock, if answer is previously received from 
Mr. Turnbull. The clerk to summon the committee for that day and hour. 



XIII.— Extract from MINUTES of Board of Guardians, of the 27th November 
1841. 

Resolved, That the clerk be directed to make application to the Poor Law 
Commissioners for leave to expend 70 1 . in erecting a stable and pig-sty, the 
amount to be borrowed (along with the remainder due to the contractor) from the 
Exchequer Bill Loan Commissioners, and also to inform the Commissioners that 
the Board have (with their approbation) expended 68 1 in enclosing a burial-place 
and manure yard, which they would also propose to borrow from the Exchequer 
Bill Loan Commissioners. 



XIV — Co^r of LETTER from the Clerk of the Union to the Commissioners, 
dated 30* November 1841, with the Marginal Remarks of the Commissioners 
thereon. 

(No. 11,036 D/41.) 

Gentlemen Londonderry, 30 November 1841- 

I am directed by the Board of Guardians for the Londontoj -Cnim « ^ 
•form you that they have resolved (subject to your approbation) *<“^**£ 
not exceeding jot in erecting a stable and a house for keeping jugs at the Un»n 
workhouse. . , . 

The guardians have, with your sanction, expended the sum i of poll in enHosmg 
a burial-place and manure yard ; these sums, making m ^ ^ are 
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are desirous of borrowing from the Exchequer Bill Loan Commissioners along 
with the remainder still due to the contractor for building t e wor ouse. 

The guardians have also under consideration the propriety of enclosing the 
buildings and grounds with a boundary wall about to feet high, the cost of which 
they also contemplate borrowing from the Government ; but their airan ements 
in this particular are not yet so far advanced as to enable them to state the proba- 
ble sum that may be required, but they hope to be able in due time, befoie they 
are required to send forward the necessary bonds for this additional sum, to be 
in a position to state to you the sum they would ask for erecting the boundary 
wall. 

I have, & c. 

(signed) Samuel Kennedy , 

To the Poor Law Commissioners, Clerk to the Board of Guardians. 

Dublin. 



Marginal Remarks of the Commissioners on the foregoing Letter. 

Mr. Clements, for his Observations. 

The sum that will be required should be stated before the order to borrow can 
be prepared, and this should be done with the least possible delay. 

2 December 1841. (signed) G. N. 



Further Marginal Note subsequently made. 

The guardians decided yesterday* to apply for 400/. for the wall. I recom- 
mend that the order to borrow may now be issued comprising all the above 
sums. 

19 December 1841. (signed) C. S. C. 



XV.— -Copy of LETTER from the Clerk of the Union, enclosing Mr. Hagerty ' s 
Statement. 



(No. 11,217 D/41.) 

Gentlemen, Londonderry, 7 December 1841. 

Referring to your letter of the 17th September, transmitting your architect’s 
report on the building arid fitting up of the Londonderry Union Workhouse, the 
statement of the contractor’s account, together with the items of his charge for 
extra work done at the building, fitting, and furnishing of the workhouse. 

Iam directed by the Board of Guardians to state, that upon the receipt of these 
documents they proceeded to appoint a committee, consisting of nine members of 
their Board, assisted by Mr. William Hagerty, architect, to examine the accounts 
for extra works, and report to the Board of Guardians. 

At a meeting of the Board held on Saturday the 4th instant, “ read a report, 
dated the 27th November 1841, from the committee appointed to examine the 
contractor’s accounts for extra work, &c. ” 

“Resolved, That this report be approved of, entered on the minutes, and a 
copy thereof, together with Mr. Hagerty’s statement, of the accounts transmitted 
the Poor Law Commissioners. ” 

Proceedings 
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Proceedings of the Committee on the Building Accounts. — 27 November 1841. 

Thomas Scott, Esq. in the Chair. 

it Mr. Hagerty, the architect employed by the Board, having submitted to the 
committee a detailed report on each item of these accounts, by which it appears 
that the deductions made by him amount to 443 l. 16 s. 4 d., whereas the deduc- 
tions of the Commissioners’ architect amount only to 171/. 5 s. 6 d., making a 
difference of 272 1 to s. 10 d. 

The committee recommend that this account prepared by Mr. Hagerty be sent 
to the Poor Law Commissioners, and they desire to sfate that they have minutely 
examined all the items of which it is composed, and they are of opinion that the 
deductions made by Mr. Hagerty are fair and reasonable, and such as ought to be 
taken from said account. 

(signed) T. Scott, Chairman. 



I have enclosed herewith a copy of the account as made out by Mr. William 
Hagerty. 

I have &c. 



(signed) Samuel Kennedy , 

To the Poor Law Commissioners, Clerk to the Board of Guardians. 

Dublin. 




189. 



e 3 



Enclosure. 
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Enclosure. - 

ACCOUNT and VALUATION of Works done in addition to the 



The Gangways in Floors of Main Building : 

2,630 feet superficial of 3-inch flooring, grooved and tongued 
with hoop iron - - - - - * “ ' 10 

1,42a feet of rounded nosing formed on the ends or the floor- 
boards, and the sides of the joist planed to form risers under 
ditto "/ 2 



Deduct for Works omitted in consequence of Alteration : 



2,480 feet of inch floor-boarding, grooved and tongued 
1,710 feet of Memel or red pine joist - 



For the Gangway in the Corridor : 
430 feet of 3-inch flooring, as above 
280 feet of nosing and risers, as above - 



Deduct for Works omitted: 
405 feet of inch floor-boarding 
286 feet of joist, as above described 



Measurement and Valuation 
by W. Hagerty. 



£. s. 


d. 


log 11 


8 


11 17 


- 


121 8 


8 


46 10 




21 7 


6 


67 17 


6 


17 18 


4 


2 6 


8 


20 5 


- 


7 11 


10 & 


3 11 


6 


11 3 


4§ 



Sinking the extra depth of foundations - - - 

Perches of masonry in the extra depth of the footing courses - 



For additional lead flashings to the gables and gullies 
For Building Two Sheds in Yards : 

For sinking foundations - 
5 lineal perches of masonry in footings - 
146 feet of framed posts - 
1 08 feet of front plate, 8x6 
8a feet of head plate, 11 x 2 
82 feet of purlin ------ 

39 feet of tyebeam, 5x4- 
53 feet of principal rafter - - - - 

45 feet of street braces - 

42 feet of studs, 3x3 
243 feet of studs between framed posts - 
144 feet of studs outside of sheeting 
11 j squares of rafters, 4x2 
870 feet of sheeting in enclosure of sheds 
72 feet of double sheeted gates - 
37 feet of stops ------ 

11.90 feet of slating - - - - - 

80 feet of shate head slip - - - - 

14 feet of stone steps, 14/; 22 stone bases 
4 pair of hinges ------ 

4 inserted bolts, nuts, and screws - - - 

62 yards of paving ... - - 



13/ 

- i/3 

- 1/4 

- /3 

- tl 

- h 

- IQk 

- Is 

- 13 

- /3i 

- /4 
25 / 

- M 

- /8 
- /2 

45 / 

- /6 

- 2/6 

- 3/6 

- 2/6 

- /8 



For Inclosing a Straw Shed in Womens Yard : 

136 feet of studs formed with the old scaffold boards, including 
fixing them, and nails ------ /3 

334 feet of sheeting in ditto ------ /4i 

35 feet of double-sheeted door /8 

19 feet of stops ------- - / 2 

2 pair of hinges -------- 

1 bolt and padlock - 



7 6 



4 - 

- 6 

7 10 



26 13 6 



1 14 
6 S 



9 1 7i 
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- Enclosure. 

Contract for Erecting the Workhouse for the Londondetry Union. 



Charge made 

by 

Contractors. 



Deductions 

by. 

Commissioners. 



£. s. d. £. s. d. 



Deductions 

by 

W. Hagerty. 



General Observation. 



76 8 10 



4 7 

81 15 . , 

* Observation 



17 8 



4 7 

10 18 



01^ I 

* unservanon by Commissioners’ Architect 
This is a clerical error in copying the figures ; in 
the account the amount is 16 l. n s. 3 d. 



58 19 9 



152 18 



7 9 



58 19 9 



53 12 - 



- - This calculation is made on the belief that 
the alterations were directed and executed pre- 
vious to the general flooring of the house having 
been laid ; but if the general flooring was com- 
pleted, and the boards then cut out for the 
gangway, I am of opinion that the sum of 
44 1. 10 s. should be allowed, in addition to that 
of 53 l. u s. 2 d., as the boards taken up would 
be of little value, and would not be more than 
equivalent to the cost of raising them. 



- - The foregoing observation is applicable to 
this item also, giving the additional sum of 
7 l. ll s. 10 id. 



The specification decides against this charge. 
--The contractor charges 7 s.Qd. per perch 
for the foundations ; 6 $. 6 d. is their utmost 
value. 



- - I cannot account for this charge ; lead does 
not appear in any part of the works, where it is 
not decidedly necessary; on that account I 
should expect it to be provided for in the con- 
tract; I have omitted it altogether until expla- 
nation is obtained. 



- - Viewing the materials, old scaffold tan* 
used as studs, aod the coal* mnK » 
the work is executed, nay valuation is rally up 
to, or over, its value. , 



189. E 4 
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1,477 feet 9-> n ch sewer ----- - 1/ 

430 feet of 12-inch ditto - - - - * ■ J / 3 

30 feet of 4-inch ditto ------- /8 

43 feet of 6-inch ditto, cemented - - - - - 1/ 

44 feet of 6-inch sewer, infirmary 1 9 

2 sink stones - -- -- -- - 




For building addition to privies in men’s and women’s yards - 



For cutting the walls, and putting in 4 door-frames and doors, 
&c. in yard walls - -- -- -- - 

For forming 6 arched openings in the walls, over the cell doors 
of idiots’ apartments ------- 

8 iron balusters, to strengthen the hand-rails of infirmary stair- 



8 ventilators in gables of infirmary 

For Four Windows in Partitions, Infirmary : 

52 feet lineal of sash-frames, with their appendages 

30 feet of deal sash and glass ------ 

For Two small Windows in front of Infirmary : 

21 feet of sash-frame -------- 

7 feet of cut iron sash and glass, with pivot and socket-plates - 

For breaking out and forming a large circular opening, 10 feet 
by 5, in end wall of dining-room - - - 

Extra charge for 2 large in place of 2 small ventilators over the 
staircases - -- -- -- -- 

For vanes and iron works, deducting the ironwork of the smaller 
ventilators - -- -- -- -- 



For breaking out and forming Two large Doorways to Kit- 
chen and Laundry, with Doors and Door-cases : 

4 perches of brickwork, in rebuilding 1 jamb and semicircular 
arch over each doorway ------- 

To centre the arches - -- -- -- - 

64 feet of 2-inch framed doors ----- 1/2 



43 feet of door-case, 4 $ X 3 



Deduct Two ledged Doors, common size : 

48 feet of 1 J-inch ledged doors - - - - 

38 feet of door-case ------ 

66 feet of 4-inch brick and stud partition, kitchen - 



■ /6 

£. 

■ /a 

■ /6 
■ 40/ 

£. 



30 feet of similar door to scullery 
20 5 feet of door-case - 



4 doors and door-cases, at bottom of the staircases 
Two Doors to Store-rooms : 

40 feet of 2-inch framed spar doors - - - - 1/2 

Deduct 40 feet of ledged doors - - - - /8 

8 ventilators in school-rooms ----- 8/ 
For forming window in potato-store ----- 

262 feet of rough inch sheeting in potato-store - - /4 

80 feet of studs under ditto - - - - - /a 

40 feet of grooved posts for sheeting - - - - /6 

94 feet of rough inch boards, in partitions - 
25 feet of joist and platform ------ 



Measurement and Valuation 
by W. Hagerty. 




1 16 


_ 


- 4 


- 


3 14 


8 


5 14 


8 


1 1 


6 


6 16 


2 


1 12 


_ 


“ 19 


- 


1 6 


4 


3 17 


4 


1 «5 


_ 


- 10 


3 


' 2 6 


8 


1 6 


8 


4 7 


4 


- 13 


4 


1 11 


4 


- 16 


8 



106 - 4 
8 15 - 



4 - 
12 - 
4 - 



35 
7 i 



5 3 
1 10 - 
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Charge made 

by 

Contractors. 
£. s. d. 



Deductions 

by 

Commissioners. 



£. s. d. 



Deductions 

by 

W. Hagerty. 



General Observations. 



106 11 
8 15 



1 2 2 

1 4 



- - This charge does not exceed the value of the 
work done; but as the privies are closed, and 
the others are sufficient, it appears an useless 
expenditure. 

- - The doorways are not described in the ori- 
ginal plan ; the charge is fair and reasonable. 
This is a fair and reasonable charge. 



1 12 
- 4 



- - This should have been included in the con- 
tract ; it must be allowed. 



_ g 8 These do not appear in the original plan. 



- - These are shown in the plans ; I think they 
should not on that account be charged. 



- 14 - 
35 - - 
14 - - 



6 6 



- - By the plan, it appears that the kitchen and 
laundry were to have doors of the common size 
and make, and also that a partition was to be 
placed to form a passage to the men’s yard with- 
out entering the kitchen. These works should 
be taken from the charge for the present double 
doors, reducing it from 4I. 10s. to 2 1. ids. lOd. 



4 10 



1 11 



2 



2 10 
12 - 



1 10 



- - This was intended to have been an open 
archway. 



1 10 

3 8 

2 8 




This charge is 
This has been 



fair and reasonable, 
removed; cannot be checked. 



10 14 
189. 



2 



li 



I The platform has been removed. 

E 



( continued > 
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To a shut for potatoes - 

For sinking the floor of potato-store 

For a meal-binn - 



130 feet of framed partition between the master’s and matron’s 



26 feet of skirting .... 
28 i yards of lath-and-plaster on partition 



2 door-cases and doors to staircases on the second story - 

F or building Two Chimneys, Schoolmaster and Schoolmis- 
tress’s Rooms : 



26 perches of brickwork - 

24 feet of stone capping - 

j 6 feet of rough hearth - 
To trim and make good roof, and slating 
To lead flashings and gulleys, round 



10/ 

1/2 



Alteration in bath-room .... 

1 1 ventilators, opened in front building - 
A louvre ventilator, formed over dormer window 

1,000 brass-head nails - - - - - 

2 rows of spar shelves in clotbes-room, 220 feet 



For Two Door-cases and Doors, Probationary Wards : 

50 feet of inch lodged doors - . - - - - h 

27 l feet of door-cases ...... 



2 iron rods to secure hand-rail ------ 

62 ventilators, and setting them, in addition to 30 provided for 
by contract - -- -- -- -- 

2 chimney-pieces, with hearth-stones, and setting - 

For extra Timber in Posts of Shed : 

1 8 £ feet cubic of fir timber, in difference of scantling g by 9, 
in place of oak posts 6 by 6 inches square - 

14 ventilators in roof of privies ------ 

12 J feet of sash and glass in door, in place of panels 

For the entrance-door bell, and hung complete - - - 

2 scullery door-cases and doors, rear entrances - 

2 pairs of hinges - - - - - 

For alteration in front of scullery ------ 



2 doors in dwarf walls to boys’ and girls’ yards 



Pipes and Gulleys : 

367 feet of metal pipe ----- 
1,016 feet of eaves-gutters, 4£ inch 
For 18 heads, 6/ ; and 16 shoes, 2/ 

For painting the additional woodworks - 

For a door and door-case in corridor 

For slate ventilators over kitchen and wash-house 



Measurement and Valuation 
by W. Hagerty. 



1 12 6 
- 13 - 
229 



13 - ~ 
1 6 - 
- 12 - 



1 9 2 

- 13 y 



£. 



s. d. 
- 6 - 
- 3 6 
4 18 - 



483 



■ 11 - 

■ 4 6 
- 6 - 
! 5 10 



2 IX 
7 6 



15 3 
5 



• 12 6 
10 - 

! l6 - 



32 2 
63 10 
7 8 
4 - 



630 18 4£ 



In the Account the amount of deductions by the architect is 68 l. 13 s. 2 id.’, 



26 November 1841. 



Printed image digitised by the University of Southampton Library Digitisation Unit 



THE LONDONDERRY UNION POOR HOUSE. 



43 



Charge made 

by 

Contractors. 


Deductions 

by 

Commissioners. 


Deductions 

by 

W. Hager ty. 


£. s . d. 


£. s. d. 


£. s. d. 


- 6 - 

- 3 6 


■ 


- T 


4 18 - 




n 

c 


483 


- - - 


b 


8 - - 


1 8 10 


4 10 10 

0 


27 - - 




8 2 - 


1 10 - 

- 11 - 

- 4 6 

- 6 - 




1 10 - 


3 16 - 


1 to 2 


1 10 2 


2 8 - 




- 5 1 


- 10 - 
15 10 - 


■ 


- 2 6 


5 - - 






5 12 - 
1 8 - 

- 12 6 


- - ■ 


2 13 6 


1 10 - 

2 16 - 
- 8 - 
- '5 - 

i — — 


- - - 


- - - 


33 12 10 


1 14 10 


1 10 7 


67 14 8 


- 13 7 


448 


7 17 - 


- - " 


- 9 - 


6 10 - 
1 8 - 
1 5 - 


2 10 - 


2 10 - 


900 10 5 


60 3 2 J 


269 12 ~i 



General Observations. 



Tbis is removed. 



3 very insufficient in its 



- This is a reasonable charge, but might have 



{Note, by Commissioners’ Architect:— 
There are no 4 doors on second and third 
pair run.) 



I cannot ascertain the alteration made. 



For master’s and matron’s bed-rooms. 



- - The specification describes iron railings to 
be set on the dwarf walls, with 2 iron gates. 
In the plan it is directed to be omitted, but the 
walls to be coped with stone, the joints cramped 
with iron. I consider the coping very insuffi- 
cient; the joints are not cramped, nor can 
they be, on account of the had quality or the 
stone. 

The metal pipes- 
Gutters. 

Shoes and heads. 



probably, some of the items are omitted to be placed m the margin 



William Hagedy, 
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The Account for Fittings, &c. 



The Bedsteads : 

10 J feet of rails, 3 £ by 2 inches, in one bedstead - /4 
20 feet of rails, 3 £ by 1 inches - 
2 cast-iron feet, 6 lbs. each, and screws - 
To screws for bedstead ------ 

For a single bedstead - - - £. 

For 140 bedsteads - - - - - at ,2 / 

610 feet of rails for supporting heads of bedsteads 
96 iron standards and screws - - - " 3/ 

470 feet of inch-boards under feet of the bedsteads in 
ground-story ------- 



Six bedsteads in idiot wards 



15/ 



For six grates in board-room, clerk’s room, and master 
and matron’s apartments - - - - 3 2 / 

To 9 plain grates -----*- 



To 4 large stoves ------ 

To 15 small ditto - - - - _ - 

For 154 feet of pipes to ditto, and stopping fire-places_ 

The Wash-house : 

For two boilers, 300 gallons each, with cost of car- 
riage and incidental expenses - 
To setting them on brickwork, 540 --- 
106 feet of wood covers - -_ 

Hinges, ropes, and sheaves to ditto - - - 

2 metal cocks and jointing - 

For iron grates, doors, frames, and dampers 

The Kitchen : 

2 boilers, 400 gallons, with expenses 
For setting in brickwork - 

120 feet of cover, 90/; hinges, sheaves, and ropes, 32/ 

2 metal cocks and joints 

For iron grates, frames, doors, and dampers 



For a boiler, 150 gallons, carriage and expenses 

For setting it in brick-wall - - 

For cover, 24/; hinges, ropes, and sheaves, 15/ 

A cock, and jointing it ----- - 

For iron-work, grates, doors, frames, dampers, &c. - 

Probationary Rooms : 

2 boilers for baths, with carriage and expenses - 

For setting them in brickwork - 

For covers and hinges ------ 

2 cocks, and jointing ------ 

For doors, grates, and iron-works - 

The small boiler in kitchen - 

Setting it in brickwork, with cover and hinges - 

For cock, and jointing ------ 

For iron-work - - - - 

To a crane, with winch, chain, &c. complete 
12 1 cubic feet of Memel timber, with work and nails, 
in bearers, and head-piece for crane, and in plat- 
form, including ------- 

Iron bolts for securing it - 

28 feet sup. of 6 J-inch boarded platform - /7 



Measurement and Valuation 
by W. Hagerty. 



[Charge made 

by 

Contractors. 



£. s. d. 

- 4 n 

- 3 6 

- 3 3 

- - 4 



- 12 - 



11 8 9 
14 8 - 

5 17 6 



25 - 
15 15 
3 15 
1 12 

3 - 

4 - 



1 10 - 
1 15 - 

3 - - 



- 17 6 
1 17 6 

- 15 - 

- 17 6 



29- 

- 10 - 

- 16 4 



84 - - 



31 14 3 
410- 



19 >4 6 
85 5 - 



58 8 8 



16 9 - 



Deductions by 
Com- 
missioners. 



187 8 



64 - 



52 8 - 



Deductions 

by 

W. Hagerty. 



66 5 9 
- 18 - 



67 3 9 



_ 12 6 
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Measurement and Valuation Charge made Deductions bj Deductions 

by W. Hagertv. „ b y , C ?“- b y 

° Contractors, missioners. W. Hagerty. 



Dining-room : 

, fail titles, u feet long 



£. s. d. £. s. d. £. s. d. £. s. d. 



37 10 - 45 - 



School-room and several Apartments : 



>0 forms, 8 feet long 
:o forms, io feet long 
: tables - 



- 7/6 7 to - 

- 12/ 12 - - 

- 14/6 3 12 6 



’ dressers in 2 store-rooms - 
^ feet of dresser in one store-room - 
G bearers under ditto - 



f 0 r a frame and shutter in survey-room (removed) 



The Kitchen and Scullery : 

For dresser and 4 tier of shelves in the kitchen - 
for a scullery sink set. on brickwork j 



Io a metal forcing pump - ' 

ro feet of suction and supply-pipe, and jointing 
30 feet of timber, with work and nails 
Iran bolts and stays 



A cistern, lined with lead, capable of containing 700 
gallons - -- -- -- - 

The cistern is capable of containing 1,000 gal- 
lons; the specified content required is only 700. 
The cistern is badly constructed, for want of a cen- 
tral tension bar; it is unequal to the lateral pres- 
sure ; the front is considerably forced out in the 
centre. 



18 10 - 1 18 10 



For laying on the Water to the several Yards 
and Apartments : 



156 feet of 1 J-inch pipe to supply kitchen, scullery, 
andlaundry - - - - - - 2/ 13 12 — 

5 bib and 1 stop-cock to ditto, and jointing them, 1 £ 



feet of inch-pipe - 

5 cocks, and jointing - 

~o feet of J-inch pipe - 
4 J-inch cocks - 

no feet of wood bearers under pipes 



- 4 nks, 10 feet by 7 feet, and 10 feet deep, lined with I 



A common 2 £-inch lead pump, with suction-pipe from 



52 feet superficial of sides, ends and bottoms of 1 bath, 
jointed with white-lead, and painted - - . 1/2 

'keij-inch brass, plug and cham, and a funnel to 
conduct water into drain - 



mg apartments over the doorways 



To put Shelves in Store-room : 



feet of shelves 9 inches wide 
'eet of standards and brackets 
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Measurement and Valuation 
by W. Hagerty. 


Charge made 
by 

Contractors. 


Deductions by 
Com- 
missioners. 


Deduct^ 

bv 

W . Hagen?, 


To put Shelves in Clothes-store : 




£. s. 


d. 


£. 5. 


d. 


£. s. d. 


£. s. d. 


£. s. d. 


438 feet lineal of spurs in shelves 

60 feet of standards under ditto, 3 X 1 J - 

48 brackets ------ 


- /2 

- /4 

- /10 


3 13 

1 - 

2 - 


- 


6 13 
9 - 










To a press and drawers in surgery - 


- - 


- ‘ 


- 


~ 


11 10 - 


2 10 - 


2 10 - 


The Partition in Dining-hall : 


















340 feet of 1 $-inch bead and bull partition 
33 feet lineal in the additional thickness 
case ------- 

27 feet of cell - 

242 feet of spar over tye-beam and doorway 
3 pair of hinges ----- 


of door- 

- /4 

- IS 

- IH 


21 5 

- 11 

- 18 
2 10 

- 4 


5 

6 






35 10 - 
2 - - 

13 10 - 




10 1 1 


To painting partition - 

To a bell, with posts, line, and appendages 


- 






13 10 


- 










£. 


732 17 


8 


907 2 - 


102 12 4 


174 4 4 



The difference in amount between the contractors’ account, with the architect’s correction of it, and this statement, is 
caused by the charge for a desk for the master’s apartment, which appears to be cancelled ; if this sum, 3 1. 15 s., be added to 
the totals, it will make them correspond. 

«G November 1841. (signed) William Eagcrtij. 



Marginal Note on foregoing Papers. 

Mr. Williamson — for his observations, 

8 December 1841. (signed) R. H. 



Observations by the Commissioners’ Architect on Mr. Hagerty ’ s Statement. 

The objections made by Mr. Hagerty to the contractors’ account certified, have 
been carefully gone through by Mr. Leeson, whose statements and explanations on 
the principal items are annexed. 

Mr. Leeson is the person who was employed on the measurement and examina- 
tion of the quantities and prices of the contractors’ account previous to its adjust- 
ment, and great pains were taken and considerable time was devoted to it. At 
that period I went carefully through every item before settling the same. I have 
now gone through Mr. Hagerty’s statement, and Mr. Leeson’s observations thereon, 
and 1 am confirmed that there is no sufficient reason for disturbing the account as 
adjusted. I may remark, that there are several charges that the contractors were 
entitled to which are not included in the account. 

The circumstance of Mr. Hagerty having made a considerable reduction in the 
amount, is in my opinion no just cause for considering the amount certified as too 
high a sum ; for it would be no difficulty to find a surveyor, who would prepare a 
statement, on his own valuation of the work, showing grounds to make a yet further 
reduction. 

(signed) Geo. Wilkinson, 

Architect to Poor Law Commissioners. 
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Observations by Assistant Architect on the Deductions made by Mr. Hagerty 
on the Londonderry Union Workhouse Accounts for Extra Works ; referred to 
in Mr. Wilkinson ’s Observations. 



Platforms and Gangways . — The price set down by Mr. Hagerty is little more 
than the cost of the material laid on the carpenter’s bench ; it should be considered 
that the bridge toll is very heavy, and that it required the assistance of one 
labourer to every two carpenters to handle the plank while planing and jointing. 
The following is a copy of my measurement and calculation, from which I ascer- 
tained their value : 



29 cubic feet of timber, in tushed trimmers under 
gangways - - - - 3 s. 6 d. 

640 i cubic feet of timber, in joists under plat- 
forms - - , - - - 3 s - 9 ^* 

155 5 cubic feet of timber, planed and grooved, 
forming riser - - - - - 4s. 

77 squares 68 feet of inch boarding, on platforms, 
grooved - - - - - ll. 1 5 s - 

9,379 lineal feet of hoop iron, weight I7cwt. 2qrs. 

14 lbs. 

31 squares 30 feet of 3 -inch plank gangways, 61 . 15s. 
75 feet lineal of facia, forming risers to return gang- 
ways - - - - - ' "4 d- 

1,523 feet lineal of rounded nosings to platforms, id. 

Amount of Boarding, and Gangways - - 



£. s. d. 
5 1 6 

120 1 10 1 

31 1 4 

135 18 gh 

15 17 3 

211 5 6 

1 5 - 
6611 

526 18 2 



Floors as originally intended : 
957 h cubic feet of joists - 3 s. 6 d. 

107 square 50 feet of inch boarding 35 s. 
22cwt. 2 qrs. 141b. of hoop iron - 185. 



Net amount of Alteration 



£. s. d. 

167 11 3 
188 2 6 

22 3 3 



- - - £. 



377 17 “ 
149 1 2 



The above does not include any allowance for altering the joists as ori- 
ginally laid. 

Excavation ..— The specification, on the contrary, is in favour of this change ; the 
excavation deducted from the bill, in consequence of the masonry bemg over the 
natural surface of the building site. 

Rubble Masonry .— The price charged by the contractor is not too high; the 
masonry was over the natural surface of the ground, and earned up with two lair 
faces. The contract price for the new barracks now erecting is 3 i . per cu 
foot, or 8s. 6 d. per Irish perch; my deduction, 8/. is. 3d., is on quantity. 

Lead Flashings— The specification did not contemplate lead flashings. 

Two Sheds in Fard-My measured bill for these sheds ™°™‘ ed ‘° 
106/. as. 7 d„ but Mr. Patterson having proved that sundry aIterat >°” s ^ 
taken place during their erection, you agreed to allow him 122 • *7 ■ ' , 

looking over my botes there appear some discrepancies between Mr. Hagerty an 
myself; he omitted the flagging between the framed posts, which form a curb, an 
also the painting. 

Straw Shed . — The price allowed by Mr. Hagerty, 3d. 

amounts^ 

13!- nr. „ 

- , No. 

189. ”4 
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Windows in Infirmary . — I cannot recollect this charge. The arches over 
the infirmary doors are filled in with Louvre boarding, blocks, frame, &c., and 
painted. 

Railed Doors to Kitchen and Wash-house . — My estimate for forming these 
opens, and filling in with railed doors and frames, amounts to 81 . 15 s. 4 d., from 
which I deduct 3 1. os. 11 d. for doors and frames, as originally set therein, 
leaving a sum of 5 l. 14 s. 5 d., which I . consider the fair value of the work. 

' Railed Doors , and Frames to Staircases . — There are two doors at head of stone 
stairs, one-pair, and two doors on the second-pair floors ; my measured bill 
for which amounts to 61 . 11 s. 2 d., deduction 1 1. 8 s. 10 d., which together 
makes 8 l., as charged by the contractor. 

Extra Chimney Shafts .— When Mr. Hagerty made a deduction, 8/. 2 s., from 
these chimney shafts, he could not be aware of the circumstances under which they 
were built, the house having been nearly completed at the time. If the expenses 
of shoring up the floors and roofs, gutting the walls for flues, corbrilling for ditto, 
cutting the lead gutters, scaffolding for shafts, difficulty of service, and afterwards 
making good the gutters and slating, putting in trimmers for hearths, &c., were 
taken into consideration, the usual prices for works would never pay. I look upon 
the charge made by the contractors as very reasonable. 

Bath Rooms . — The alterations here charged for have been, executed. 

Extra Scantlings . — The valley pieces in roof of dining-hall are double the 
specified thickness ; the hip pieces of kitchen and wash-house roofs, I am of opi- 
nion, were also increased. I did not measure the extra scantling ; but the item 
does not seem unreasonable. 

Eave Shutes . — I have allowed 1 s. 4 d. per lineal foot for eave shutes, and 
is. 10 d. for down pipes, including painting, which I consider a fair price. My 
deductions arise from a difference in quantity. 

Bedsteads. Head Rails . — There is no allowance made for stone blocks, into 
which the cast-iron bedsteads are cramped, nor for opening and making good the 
mortar floors. These blocks are 9 inches long, 6 inches wide, and 8 inches thick, 
chisselled on upper surface, and squared. Mr. Hagerty’s price and mine agree as 
to the value of the bedsteads for adult paupers. 

The price allowed for the boards under foot of bedsteads is too low \ the scantling 
to which they are secured is not taken into account. 

The idiots’ bedsteads are cheap at the contractors’ price : 

£. s. d. 

3 1 -■ 

2 3 3 - 



6 1 3 

Contractor’s price, 5 l. 8 s. 

Boilers. — The sum allowed by Mr. Hagerty for setting boilers is quite ridicu- 
lous. The Ordnance contract for setting coppers is 1 s. 6 d. per cubic foot, mea- 
suring the whole as solid. I have calculated that setting one 300-gallon boiler 
at the above price would amount to about the sum allowed by Mr. Hagerty for 
setting two. 

Deal Tables. — Measurement of a table 11 feet long, as executed at the London- 
derry Union Workhouse : 

£. s. d. 

- 15 U 

- 8 -i . 

- 3 1 h 

- 1 8 1 

1 8 - 

You will, I am confident, consider the above prices reasonable. 

Eight 
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30 l superficial of deal-top reduced - - - 6 d. 

24 £ lineal Wt. and framed sides and ends, 6 and 1 £, 4 d. 

9S - ditto of ditto,' in legs - - - 3 and 3, 4 d. 

8 1 - ditto of ditto, rails - - - - 3| and 1 J, 2 

£. 



244 feet lineal of 3 and ih W. scantling - - 3d. 

86 J superficial of inch deal - - - - .6 d. 

,51 - ditto of i-inch ditto - - - -4 d. 

£. 
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Eight Feet Forms : 

1 1 J superficial of reduced deal seat 
1 5 | lineal of side laths, 3 £ and 1 




Baths . — This is a fair deduction. My estimate, or rather measurement, for 
these baths amounts to 4 1. 105. 3 d . ; it was clearly an oversight to deduct only 
4 1. from the contractor’s charge of 1 3 /. 

Shelves in Stores.— I have gone into a very close calculation for fitting these 
stores, and am confident the prices charged by the contractor are reasonable. 

Partition in Dining-Hall . — The price I allowed for this partition is reasonable. 
I would have sent you my measured bill, but fearing you may think I have 
already spent too much time over the matter. 

Mr. Patterson declines making any remarks on the subject, further than his 
determination not to submit to his account being cut up by Mr. Hagerty. 

Yours, &c. 

16 December 1841. (signed) John Leeson. 



Examined. See my observations at foot of Mr. Hagerty’s statement. 

(signed) Geo. Wilkinson, 

Architect to Poor Law Commissioners. 



Further Notes on the foregoing Papers. 

Mr. Leeson to speak to Mr. Clements on this account, as explained to him by 
me' this day. 

23 December 1841. (signed) Geo. W., Architect. 

A press of business has prevented me looking over Mr. Leeson’s remarks on 
these papers sooner, and I could not talk with him upon them when in Dublin. 

I think the best course will be to have these remarks embodied in the form of 
a report from Mr. Wilkinson to the Commissioners, a copy of which may be sent 
to the guardians. 

On looking over Mr. Leeson’s remarks, I observe he has not noticed Mr. 
Hagerty’s remarks on the dwarf walls, page 43 ; the observations on the amount 
of deductions, page 42 ; and that he has given a detailed statement of the pnced 
measurement of the tables, but not of the bedsteads, whereas the latter have excited 
considerable discussion. 

15 January 1842. ( si g ned ) C S ' C ' 



XVI.— Copy of LETTER from the Clerk of the Union to the Commissioners, 
dated 18 December 1841, with the Commissioners’ Marginal Remarks. 

(No. 11,542 D/41.) 

Gentlemen, Londonderry, 18 December 1841. 

I AM directed by the Board of Guardians for the Londonderry Union 1 to refer 
to their letter of the 30th ult., requesting your sanction that they should be per- 
mitted to expend 70 l. in building a stable and piggery at the Union workhouse , 
also setting forth a previous expenditure of go l. in making a burial-place and a 

manure-yard. 

The guardians have now resolved (subject to your approbation) to 
not exceeding 400 1. in enclosing the buildings and grounds with a boundaiy wa 
10 feet hioh : and they are desirous that these diterent sums, amounting m all 
1 8n. J G t0 
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to 560!., should be borrowed from the Exchequer Bill Loan Commissioners, along 
with the amount required from them to pay off the contractors for building the 

workhouse. , . . 

I have, & c. 

(signed) Samuel Kennedy, 

T 0 t ] ie Clerk to the Board of Guardians. 

Poor Law Commissioners, Dublin. 



Marginal Remarks of the Commissioners on the foregoing Letter. 

Mr. Clements. 

20 December 1841. ( s! S ned ) G - N - 

I recommend that the order to borrow, including all these sums, may now be 
put forward. 

The other papers have been returned. (See No. AIV . p. 35.) 

24 December 1 841 . (signed) C. S. C. 



XVII.— Copy of LETTER from the Clerk of the Union to the Commissioners, 
dated 19 June 1842. 

(No. 7898 D/42.) 

Gentlemen, Londonderry, 19 January 1842. 

I am directed by Mr. Clements to forward the enclosed accounts relating to the 
building of the Londonderry Workhouse ; being the originals, he states that they 
will be required in your office. 

I also beg to state, that an account was made out for the Board of Guardians 
by Mr. Hagerty, a Derry architect, on the charges contained in these bills, and 
by their directions forwarded for your consideration. This document was sent in 
the original as being more satisfactory to you, and no copy was retained for the 
guardians. Please have the goodness to direct that it may be returned at your 
earliest convenience. 

I have, &c. 

(signed) Samuel Kennedy, 

To the Clerk to the Board of Guardians. 

Poor Law Commissioners, Dublin. 



XVIII.— Copy of LETTER from the Commissioners to the Board of Guardians, 
dated 10 February 1842 ; with two Enclosures. 



(No. 1,536 D/42.) 

Poor Law Commission Office, Dublin, 
Sir, 10 February 1842. 

The Poor Law Commissioners transmit herewith an order requiring the Board 
of Guardians to borrow the further sum of 1,400 1 . for the completion of the work- 
house. The Commissioners also forward a statement of the former loan, and the 
expenditure of it ; from which it will appear that since the date of the Commis- 
sioners’ letter of the 1 7th September last, the sum of 62 l. 7 s. 2 d. has been brought 
to the credit of the Union on account of interest which has accrued on the Exche- 
quer bills, and the sum of 21 /. has been debited to the Union on account of the 
solicitor’s fees for preparing the deeds of charge. The difference, namely 
41 /. 7 s. 2 d., having been included in a payment since made to the contractor, 
the sum due to him, as specified in the Commissioners’ letter above referred, to, is 
reduced by so much, and the amount now to be borrowed accordingly consists of 
the following items, namely : — 



Balance 
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Balance certified to be due to the contractor 
Estimated amount required for stabling and piggery 

— for burial-ground - 

— for boundary wall - 



£. 

747 

70 

90 

400 



£■ U307 



Estimated amount that may be required for contingencies, 
as solicitor’s fees for preparing deeds of charge, &c., and 
to make even sum, Exchequer bills not being sold of less 
amount than 50 L - -- -- -- 93 



Amount to be borrowed - - - - - - £. 1,400 



Should the whole of the above amount not be required, so much only will be 
called for as is necessary ; and the surplus will in this, as in other cases, be re- 
turned to the credit of the Union without charge. 



By order of the Board, 

To the Clerk to the Guardians of the (signed) 

Londonderry Union. 



Arthur Moore, 
Chief Clerk. 



Enclosure, No. 1. 



Commissioners’ Order to Borrow additional Money, dated 5 Feb. 1842. 

TO the Guardians of the Poor of the Londonderry Union, and to all others whom 
it may concern. 

Whekeas it appeared expedient to us, the Poor Law Commissioners for the 
due execution of the provisions of an Act passed in tie session i of P arl ™ , “ t ¥ d 
in tie 1st and 2d years of tie reign of Her present Majesty Queen Victoria, 
intituled, “ An Act for tie more effectual Relief of the Destitute Poor in Man , 
that a workhouse should be built within the Union of Londonderry, for the recep- 
tion, employment, classification, and relief of destitute poor persons ftereit i 
And whereas we did determine to build such workhouse and in 
tie said determination did contract and agree for tie pure as , , , 

premises, and did testify our approval of certain plans of a wwthouse, by affix g 
our seal thereto, such workhouse being designed or e re P uronerlv 

accommodation of i ,000 destitute poor persons, men, women, and children, properly 

“d whereas it appeared to us expedient that such part only of the > plans 

should, in the first instance, be executed as might be requ te for the. 
and classification of 800 destitute poor, and that le comp complete the 

house should be deferred until it should appear to us necessary to complete tne 

SS A e nd whereas it was represented to us, that the cost of erecting, according to the 
plans aforesaid, such portion of the said workhouse providing 

instance, to complete; and of the fitting 

utensils, instruments, and machinery for setting P , nrem i ses would amount 
with the sum required for the purchase of the said land and premises, would 

to the sum of 8,72 5Z., or thereabouts : Km,,-™* date the 12th day of 

And whereas by an order underhand and Act, order 

July 1839, we in execution of _th e powers g . e anc j j evy the sum of 

and direct the guardians of the said nio ; arising within 

8,725 b sterling, as a poor rate on the said 

the said Union, or to borrow the said sum a S. ^ P. h£ accnle thereon, 

Act, and to charge the same, together “ we did thereby authorize the said 

on the future poor rate of the said Union , ana we mu , 
guardians to borrow the said sum, and charge the said rate according y ^ 

189. 8 2 
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And. whereas the said sum of 8,725/. has been so borrowed, in pursuance of our 
said recited order of the 12th day of July 18391 hut it has since been represented 
to us, that for the purpose of completing the said workhouse, and rendering it fit 
for the reception of destitute poor, a further sum of 1,400 1 . will be necessary : 

Now know ye, that we, the Poor Law Commissioners, do, in execution of the 
powers given to us by the said Act, and for the purpose of enabling us to defray 
the expense of completing the building of such part of the said workhouse as was, 
in the first instance, intended to be be built, and for the other hereinbefore recited 
purposes, order and direct the guardians of the said Union to borrow the said 
further sum of 1,400/. sterling, according to the provisions of the said Act, and 
to charge the same, together with all interest that may accrue thereon, on the 
future poor rate of the said Union ; and we do hereby authorise the said guardians 
to borrow the said sum, and charge the said rate accordingly. 

Given under the hands and seal of us, the Poor Law Commissioners, this 
5th day of February, in the year of our Lord 1842. 

(signed) G. C. Lewis, 

(l. s.) Edmund W. Head. 

Forward by post, 7th February 1842. 

(signed) Geo. Nicholls. 



Enclosure, No. 2. 



STATEMENT of former Loan, and Expenditure out of it. 



(No. 1.) 

Estimate upon which the Order to borrow 8,700 Z. was grounded, and for Loan of which 
Application was made by the Guardians : 

£. s. d. 



To purchase workhouse site - -- -- -- - 

Amount of contract for building the workhouse - - 

Estimated cost of fittings and works not provided for by the contract - 
Estimated contingencies, such as payment of the clerk of the works’ 
salary, law expenses, &c. ------- 



725 - - 
0,780 - - 
800 - - 



395 - - 



£. 8,700 - - 



Of which the first advance was granted on the 14th £. 
November 1839 ------- 4,000 

Second on the 28th May 1840 ----- 4,700 



8,700 



(No. 2.) 



Amount of Loan - 

Interest which has accrued on the Exchequer Bills 





£. s. d. 


- 


8,700 - - 


- 


62 7 2 


£. 


8,762 7 2 



Pakticulabs of Expenditure out of the foregoing Loan. 



1839: 




£. s. d. 


November 21 


Paid to Messrs. Patterson & Co., contractors for build- 
ing the workhouse, being the 1st instalment under 
their contract ------- 


1,000 - - 


— - 28 


Paid Mr. Oliver Bond, purchase-money for workhouse 
site - -- -- -- -- 


762 5 10 


December - 2 


Paid Messrs. Patterson & Co. 2d instalment under 
their contract ------- 


| 900 - - 
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T 



1840 : 
January - 

"March ' 
June - 

Jyly ?• 



August 

September 



October - 
November - 
December - 



— - 29 

1841 : 

February - 20 
March - 13 
April - 5 
October - . 6 



Paid Messrs. Patterson & Co., 3d. instalment under 
their contract ------ 

— Ditto - - 4th instalment - - ditto 

— Ditto - - 5th instalment - - ditto 

— . Ditto - - 6th instalment - - ditto 

Paid Belfast Bank, Londonderry branch, to reimburse 
the guardians.the amount advanced to Mr. John Gal- 
lagher, the clerk of the works, for salary and con- 
tingent expenses, from 13th July 1839 to 16th May 

1840 - £.94 1 2 

Paid interest on purchase-money for 

workhouse site - - - - 15177 



Paid Mr. John Gallagher, clerk of the works, salary and 
contingent expenses, from 17th May to 30th June - 

— - ditto - from 1 st to 31st July 

Paid the publishers of the “ General Advertiser,” for 
advertising notice to builders, inviting tenders to 
erect the workhouse ------ 

Paid Mr. Gallagher, salary and contingent expenses, 
from 1st to 31st May ------ 

— Ditto - - - 1st to 30th September - 

— Ditto - - - 1st to 31st October 

— Ditto - - - 2nd to 14th November - 

Paid Mr. Ferguson, for ironmongery supplied to the 

workhouse -------- 



Paid Mr. Tierney, Crown solicitor, costs for preparing 
conveyance of workhouse site - _ " 

Paid Mr. Gallagher, expenses incurred in attending to 
wind up contractors’ accounts - - - - 

Paid Messrs. Patterson & Co., 7th instalment under 
their contract - - - - - “ 

Ditto - on account of their contract for build- 
ing the workhouse, and for executing additional 
works - - - - " “ 

Messrs. Barnes & Winter for fees for preparing deeds ot 
charge - - - - - - 

• £. 



900 
400 
i, 000 
800 



; 16 6 
( 17 6 
1 2 3 



8,762 7 2 



SUMMARY of Expenditure, as per the foregoing Account. 



Paid for Workhouse Site : 
Purchase-money - 
Interest thereon 



Paid the contract for building the workhouse 
Paid for ironmongery - 

Paid Contingencies : 

Clerk of the works - 



£. s. d. £. s. d. 
762 5 10 
15 17 7 

778 3 5 

7,689 1 5 
84 17 4 

139 4 6 



Law Costs : 

Crown solicitor’s costs 
Exchequer Bill Loan solicitor’s 
costs 

Advertisement - 



£. s. d. 

49-6 



189 . 
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(No. 3.) 

Account showing the Outstanding Liabilities incurred, and the further Amount required 
for the Payment of the Builders’ Accounts : 



Builders’ Accounts : £• 

Amount of contract for building - 6,780 

Account for additional works, fittings, fixtures, &c. - 1,636 


s. d. 
1 5 


£. s. d. 

8,436 1 5 

7,689 1 5 


Paid to the contractors, as per the foregoing detailed account 


- 


Balance due to the Contractors - - 


- £. 


747 - - 


By order of the Board, 

(signed) 


Arthur Moore , 

Chief Clerk. 



Poor Law Commission Office, Dublin,! 
10 February 1842. J 



XIX. — Copy of LETTER from the Clerk of the Union to the Commissioners, 
dated 12 February 1842. 



(No. 1,841 D/42.) 

Gentlemen, Londonderry, 12 February 1842. 

I am directed by the Board of Guardians of thb Londonderry Union to inform 
you, that they have had under consideration your order, dated the 5th instant, 
for borrowing 1,400/. for the completion of the workhouse, also your letter of 
explanation, dated the 10th instant, No. 1,536, d., together with the accompany- 
ing documents ; upon which the guardians have resolved that a communication 
should be addressed to you in reply, requesting you would take into consideration 
their letter of remonstrance, dated the 7th of December 1841, against the charges 
contained in the contractors’ accounts for extra work, and that the consideration 
of the application for borrowing this additional sum be deferred till the Board 
have your reply. 

I have, &c. 

(signed) Samuel Kennedy , 

To the Poor Law Commissioners, Clerk to the Board of Guardians. 

Dublin. 



XX. — Copy of LETTER from the Commissioners to the Board of Guardians, 
dated 17 February 1842. 

(No. 789, 1841, 1,916, d.) 

Poor Law Commission Office, Dublin, 
Sir, 17 February 1842. 

The Poor Law Commissioners have had under consideration minutes of pro- 
ceedings of the Board of Guardians of the Londonderry Union, on the 12th 
instant, together with your letters of the 19th ultimo and 12th instant, relative to 
the further loan for defraying the cost of the workhouse ; and the Commissioners 
desire to state, that the Irish Poor Relief Act having vested the entire responsi- 
bility of providing the workhouses in the Commissioners, they have felt it their 
duty to make all the arrangements for that purpose with strict regard to economy 
and the interests of the Unions. 

With reference to the reductions proposed in the contractors’ accounts by Mr. 
Hagerty, the Commissioners desire to state, that the accounts for the London- 
derry Workhouse have, like those for other workhouses, been minutely and care- 
fully examined by their architect, with reference to the works being included in 
the contract or not, with reference to the quantities charged for, and with refer- 
ence to the prices. It is scarcely to be expected that any account that might be 

subjected 
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subjected to the examination of different professional men should, not give rise to 
-ome difference of opinion as to particular items ; but the Commissioners consider 
that their architect is in a condition which enables him better to decide upon the 
nronriety of the charges than another who had no part in the arrangements for 
nroviding this and other workhouses, and as the terms of the contract stipulate 
that his award shall be conclusive, and that all allowances or deductions for extra 
or omitted works respectively shall be ascertained and settled by the architect of 
the Commission, the Commissioners are not prepared to alter the amount to be 
paid to the contractor, as certified by him. 

^ The Commissioners accordingly request that the guardians will, at their next 
meeting, sign the application for the further loan, in compliance with the Com- 

“^“Hairerty’s’ report having been referred to Mr. Wilkinson (who is at present 
absent from Dublin on duty), it cannot be returned herewith; hut it will be for- 
ced as soon as it can be obtained, in accordance with the request contained m 
your letter of 19th January. 



To the Clerk to the Guardians, 
Londonderry Union. 



By order of the Board, 

(signed) Arthur Moore , 



Chief Clerk. 



XXI -Copy of LETTER from the Clerk of the Union to the Commissioners, 
dated 19th February 1842. 

(No. 2,114 D/42.) 

„ ,, Londonderry, 19 February 1842. 

I AMtected by the Board 

Sr an combing S building, fitting, and furnish- 
ing of the workhouse. X have, &c. 

(signed) Samuel Kennedy, 

To the Poor Law Commissioners, Dublin. 



— No. 5 . — 

CORRESPONDENCE with the surviving Contractor relative to the Accounts. 



XXII —Copy of LETTER from the Commissioners to the Contractor, 
dated 7th October 1841. 

(No. 7,267, d.) 

Notice to Contractor for Receipt of an Instalment. 

Poor Law Commission Office, Dublin, 

7 October 1841. 

The Poor Law Commissioners are now ftteSnc°e 

989 l. is. 5 d. out of the sum of 1 . 73 <U- • | “ ’ o ° th | r contract for erecting the 

due to the late firm of Patterson & Cat » «nni»lviiur fittings, fixtures, and 

workhouse of the above-named Unions, a ^ fj^ Bank of Irelan g f or 

additional works therein; and they nil person who may present 

the amount to be delivered at .this office y> ^ ^ stamped, together with 
your receipt for the instalment, in the J tions td have the amount placed 

this letter; or, if you so which you shall name for the 

to your credit at any branch or tne uanK purpose, 

189. 64 



Pifited image digitised by the University of Southampton Library Digitisation Unit 



RETURNS RESPECTING THE BUILDING OF 



5 <> 

purpose, in which case a letter of credit will be forthwith transmitted to you from 
the Bank, on presenting which, with a stamped receipt in the subjoined form, and 
this letter, you will receive payment at the branch appointed. 

If you prefer receiving payment through any other banking establishment, your 
receipt must be forwarded to the office of its agency in Dublin, for the purpose of 
being presented here as an authority for delivering the bank order for the sum 
payable. 

By order of the Board, 

(signed) Arthur Moore, 

To Mr. George Patterson, ■ Chief Clerk, 

late Firm of Patterson & Catcheside, Sligo. 



Form of Receipt referred to in foregoing Letter. 

Received of the Poor Law Commissioners the sum of Nine hundred and Eighty- 
nine pounds One shilling and Five pence sterling, in part payment of the sum of 
One thousand Seven hundred and Thirty-six pounds One shilling and Five-pence, 
being the amount of the balance due to the late firm of Patterson & Catcheside, on 
their contract for erecting the Londonderry Union Workhouse, and for supplying 
fittings, fixtures, and additional works therein. 



XXIII. — Copy of LETTER from the Contractor to the Commissioners, 
dated 10 October 1841. 

(No. 9,313 D/41.) 

Sir, Ballina, 10 October 1841. 

I have received yours of 7th instant, No. 7,267, relative to the balance due on 
Derry account. Although there may be apparent grounds for Mr. Wilkinson 
making such heavy deductions, yet such in reality is not the case ; for I must say 
that that bill was made out by Mr. Catcheside when labouring under an ill- 
ness which terminated in his death, and that the prices charged by him in many 
instances would not cover first-cost price ; instance the mason work, which could 
not be done for less in that locality than 8 s. gd ., and this would leave a profit 
of about 4c?. per perch; this item is charged in our account 7 s., and several 
things were done which were not charged at all. However, the matter is not 
now to be recalled, and we in a great measure have ourselves to blame. I have 
never got the particulars of the deductions made by Mr. Wilkinson, and which 
I think I am entitled to ; and moreover, there were two or three small accounts 
subsequently furnished, which I fear Mr. Wilkinson has overlooked. In this case 
were I to send you the description of receipt you require, those small accounts 
could not again be brought forward. I must only add, that it is a matter of the 
greatest grievance that after the lapse of twelve months (the bare interest of the 
money for that term would be equal to 180/. to 190/.) that the whole matter 
cannot be brought to a close. I beg you will inquire after those small accounts, 
and if overlooked to have them added to the balance previous to the receipts you 
require being passed. I have other parties to account to for my deeds ; and must 
therefore show, if possible, that I have not done wrong. 

. I have, &c. 

To Arthur Moore, Esq. (signed) Geo. Patterson. 



XXIV. OBSERVATIONS by the Commissioners’ Architect, stating the 
Answer given to the foregoing Letter, dated 6th November 1841. 

Informed Mr. Patterson that his accounts were received too late to be included 
in the bill of additional works reported on by me to the Poor Law Commissioners, 
and that the payment of them must depend on the obtaining a sufficient sum in 
the additional loan to be applied for, and that if there is a loss to him it must be- 
attributed to his own oversight. 

6 March 1841. (signed) Geo. Wilkinson. 
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XXV. — Copy of LETTER from the Contractor to the Commissioners, dated 
2 ist January 1S42 ; with two Enclosures. 

(No. S74 D/42.) 

Gentlemen, Westland Row, Dublin, 21 January 1842. 

I beg leave most respectfully to send you the enclosed letters from the 
executors of the late Mr. Catcheside (my partner), relative to the winding up ot 
his affairs ; and in order to prevent any unpleasant matter taking place, and for 
the protection of myself, I must request you will have all the extra works executed - 
at the Londonderry Union Workhouse by the late firm of Patterson & Catcheside 
gone into and valued, in order that the parties interested may have nothing to 
complain of on my part. 

I am sorry I must agree with them in opinion that the accounts furnished are 
erroneous in many particulars, and were furnished without my knowledge ; but as 
the matter is still open and unsettled, I hope you will see no objection in com- 
plying with the request made by Mr. Catcheside’s executors, particularly as you 
have granted this privilege to other contractors. 

I have, &c. 

To the Poor Law Commissioners. (signed) Geo. Patterson. 



Observations of the Commissioners’ Architect on last paragraph of foregoing 
Letter referred to him. 

No accounts brought toaclose, as the Derry were at the time of this application, 
have been disturbed. The Derry accounts were gone into carefully ; and it«s 
considered that the partner of Mr. Patterson, who furnished the accounts, nude 
all claims that he considered they were entitled to. 



5 March 1840. 



(signed) Geo. W. 



Enclosure No. 1 , in foregoing Letter. 

LETTER from Executor of Mr. Catcheside to Mr. Patterson, surviving 
Contractor; dated 1 October 1841. 

My dear Sir, 15, Charlemont-place, Dublin, 1 October 1841. 

The more I think of our conversation on the subject of the poor-law XlSever 
more firmly is my opinion strengthened that you should have nothing »!>»««" 
to do Wiethe guardians, or an°y officer of theirs, and that Jon *>uM n . JW 
your account furnished for Derry to be reduced m any way. In fact, 1 ™Uy 

think it should have been considerably more than what it is 1 jm 

that the representatives of onr late friend Mr. Catches, de will hold you acconn^ 
able for the amount of any accounts that were furnished by him , and therefore 
I think it only right to give you my decided opinion Aould 

vent any unpleasant difference between us hereafter The ““ “ 

surely settle this account with you, as the house has been so long given up 

tten ' I am, &c. 

(signed) Joseph J ackson • 
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. Enclosure, No. 2. 

Further LETTER from Mr. Catcheside’ s Executor to the surviving Contractor, 
dated 18 January 1842. 

15, Charlemont-place, Dublin, 

My dear Sir, 1 8 J anuary 1 842. 

In reminding you of my cautionary letter of 1st October last, I have to add that 
I have since learned, that at the time when our late friend, Mr. Catcheside, fur- 
nished the account for Londonderry, he was unable, from his illness and weakness, 
personally to superintend the measurements, or point out different items which 
should have been charged, the amount of which, I believe, would be several hun- 
dred pounds more than the amount furnished ; I therefore request that you may 
lose no time in having this fully inquired into, and the Commissioners furnished 
with an amended bill of anything that has been omitted or charged under the value. 

At all events, I beg you to understand that I shall hold you accountable for the 
full amount actually furnished, and further for such other amount as shall be 
equitably due on this transaction. 

Requesting your prompt attention, as you are aware that the time is quickly 
passing in which I shall have to wind up all matters as executor to Mr. C., and 
wishing to do so, as far as I can, in a proper manner, 

I remain, &c- 

(signed) Joseph Jackson . 
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